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CITY  AND  COUNTY  OF  SAN  FRANCISCO 


DEPARTMENT  OF  CITY  PLANNING 


100  Larkin  Street 


November  26,  1973 


The  Honorable  Joseph  L.  Alioto,  Mayor 
The  Board  of  Supervisors 
Mr.  Nathan  B.  Cooper,  Controller 
Officers,  Boards  and  Commissions 

Gentlemen: 

Pursuant  to  Section  6.202  of  the  Charter,  the  City  Planning  Commission  submits  herewith  the  twenty-sixth  annual  report 
recommending  a  capital  improvement  program  for  the  City  and  County  of  San  Francisco. 


Projects  proposed  for  the  six-year  fiscal  period  1974-75  through  1979-80  were  reviewed  by  the  City  Planning  Commission 


at  a  special  meeting  on  November  16,  1973,  for  conformity  to  the  Master  Plan  and  for  assignment  of  general  priority  ratings. 
Cost  estimates  and  the  proposed  sources  of  funds  for  each  project  are  shown  in  the  report  as  submitted  by  the  various  City 
departments  and  agencies.     Policy  recommendations  adopted  by  the  Commission  have  been  entered  in  capitalized  form. 

A  table  summarizing  aggregate  project  costs  for  each  of  the  six  fiscal  years  with  the  proposed  sources  of  financing 
will  be  found  on  Page  B-l .    A  cumulative  list  of  bond  proposals  appears  on  Pages  B-2  and  B-3. 

The  City  Planning  Commission  wishes  to  thank  all  City  departments  and  agencies  for  their  cooperation  and  assistance 
in  the  preparation  of  this  report. 


Respectfully  submitted, 


Walter  S.  Newman,  President 
City  Planning  Commission 
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PROJECT 


The  project  identification  number  (P.I.N.)  is  designed 
to  apply  to  a  particular  capital  improvement  project  and  only 
that  one  proposal.     Its  purposes  are:     1)  to  relate  a  speci- 
fic project  to  the  submitting  department;  2)  to  identify  the 
capital  improvement  program  in  which  the  project  will  first 
appear;  3)  to  identify  the  fiscal  year  (1st  through  6th  year) 
within  that  program  when  the  department  seeks  funding;  and 
4)  to  indicate  the  departmental  priority  rating  for  that 
project  on  its  first  submission.     In  subsequent  capital  im- 
provement program  reports  the  same  identification  number  will 
be  repeated  through  all  phases  of  the  project's  development 
and  execution.    A  new  identification  number  would  be  assigned 
only  if  the  scope  of  a  project  is  changed  substantially  upon 
resubmission . 

The  project  identification  number  consists  of  eight 
digits  arranged  in  three  major  components  as  shown  in  the 
following  example: 

674.74.101 

The  first  component,  "674"  in  the  example,  is  a  budget 
index  number  assigned  to  the  requisitioning  department. 

The  second  component,  "74"  in  the  example,  identifies 
the  year  (1974-75)  the  particular  project  was  initially  sub- 
mitted.    The  present  report  covers  the  six  fiscal  years 
between  July  1,  1974,  and  June  30,  1980,  and  "74"  appears  as 
a  constant  for  all  initial  submissions.    Last  year  "73"  was 
a  constant  for  new  submissions,  and  next  year  "75"  will  be  the 
constant . 
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)N  NUMBER 

The  third  component,  "101"  in  the  example,  consists 
of  two  elements  without  separation.    The  first  digit,  which 
may  range  from  1  to  6,  indicates  that  fiscal  year  within  the 
six-year  capital  improvement  program  when  the  requisitioning 
department  asks  that  the  project  be  initiated.    The  second 
element,  "01"  in  the  example,  consists  of  two  digits  ranging 
from  01  to  89  and  reflects  the  departmental  order  of  priority 
for  projects  in  that  particular  fiscal  year,  wherever  such  a 
sequence  is  feasible.    The  lower  this  two-digit  number  may 
be,  the  higher  the  departmental  priority  that  was  assigned  to 
the  project  on  its  first  submission. 

The  City  Planning  Commission  has  reserved  the  block  of 
numbers  from  90  to  99  in  this  second  element  to  designate 
those  additional  capital  improvement  projects  which  it  pro- 
poses on  its  own  initiative  to  the  respective  operating 
departments . 


General  Priorities 


ESSENTIAL  (A) .    An  "essential"  rating  is  assigned  to  a  project 
included  in  the  first  year  of  the  program  which  implements  a 
declared  legislative  policy,  is  critical  to  the  health,  safety 
and  convenience  of  the  general  public,  or  will  resolve  a  crit- 
ical operational  deficiency. 

DESIRABLE  (B) .    A  "desirable"  rating  is  assigned  to  a  project 
included  in  the  first  or  second  year  of  the  program  which  is 
important  to  the  general  welfare  or  the  operation  of  the  phys- 
ical plant,  but,  because  of  the  nature  of  the  project  or  its 
proposed  timing,  it  is  not  critical  relative  to  the  objectives 
of  the  capital  program. 

ACCEPTABLE  (C) .    An  "acceptable"  rating  is  assigned  to  a  proj- 
ect which  would  provide  for  a  worthwhile  public  or  operational 
improvement,  but,  because  of  the  nature  or  scheduling  of  the 
proposed  project,  it  is  not  critical  or  important  when  consid- 
ered in  relationship  to  the  City's  fiscal  capabilities,  need 
or  other  program  requirements. 

DEFERRABLE  (D) .    A  "deferrable"  rating  is  assigned  to  a  project 
which  is  in  conflict  with  the  Master  Plan  or  which  would  pose 
serious  problems  as  to  need,  cost,  or  justification. 

HOLD  (H) .     The  "hold"  designation  is  assigned  to  a  project 
which  should  be  held  in  abeyance  pending  completion  of  a  study 
or  submission  of  additional  data. 


Source  of  Financing 

All  project  costs  are  to  be  funded  from  ad  valorem  property  taxes 
or  sales  taxes,  except  as  noted  below: 


Gas  Taxes  and  Road  Funds 


Gas  Tax  g 

1.04  Cent  Fund  e 

Road  Fund  s 

Revenues  r 

Proposed  Bonds  n 

Other  Sources  o 


(e.g.,  bequest  funds, 
federal  or  state 
subventions) 


NOTES 


All  projects  are  in  conformity  with  the  Master  Plan 
except  as  noted. 

Projects  included  in  the  Capital  Improvement  Program 
Report  are  approved  in  concept  only. 

Projects  involving  the  acquisition  of  land  or  changes 
in  sidewalk  widths  are  subject  to  further  review  by  the  City 
Planning  Commission. 

Notes  appearing  in  BOLD  TYPE  are  policy  statements 
approved  by  the  City  Planning  Commission  for  inclusion  in 
the  Capital  Improvement  Program  Report. 

Projects  which  have  previously  been  reviewed  by  the 
City  Planning  Commission  for  conformity  with  the  Master  Plan 
are  identified  by  an  individual  Referral  number,  such  as 
(R72.44)  at  the  end  of  the  project  description. 
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3D  GUIDELINES 


The  "essential"  priority  rating  applies  only  to  a  project 
recommended  for  the  first  year  of  the  program.     Projects  in  subse- 
quent years  of  the  program  will  be  re-evaluated  as  they  move  forward 
for  inclusion  in  the  budget  year. 

An  appropriate  general  priority  rating  will  be  substituted 
for  the  designation  "hold"  after  further  review  of  the  proposal. 

An  underlined  project  identification  number  (e.g.,  423 . 71.103) 
indicates  that  the  cost  of  the  subject  improvement  would  qualify,  in 
whole  or  in  part,  as  a  local  non-cash  grant-in-aid  to  the  Redevelop- 
ment Agency  to  help  finance  approved  redevelopment  plans. 


Ad  Valorem  and  Sales  Taxes 
Gas  Taxes  and  Road  Funds 
Revenues 
Other  Sources 
Proposed  Bonds 

TOTAL  PROGRAM  COSTS 


FISCAL  SUMMARY 
CAPITAL  IMPROVEMENT  PROGRAM:     1974-75  THROUGH  1979-80 


(Costs 

in  thousands 

of  dollars) 

1  Q"7/1  "7VZ 

j.y  /  ft—  to 

j.y  lo  —  /o 

iy  /o-  /  / 

1977-78 

10,817.0 

13,550.0 

12,357.1 

10,652.5 

5,464.2 

5,997.4 

6,198.9 

5,056.1 

15,558.6 

13,037.1 

13,340.3 

9,653.0 

11,408.2 

7,548.9 

7,465.4 

1,715.0 

245,485.0 

45,500.0 

19,800.0 

20,450.0 

288,733.0 

85,633.4 

59,161.7 

47,526.6 
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1978-79 
7,546.8 
3,463.1 
8,976.0 
3,490.0 
62,850.0 


1979-80 
4,815.9 
9,806.6 

11,387.0 
812.0 

51,100.0 


TOTAL 
59,739.3 
35,986.3 
71,952.0 
32,439.5 
445,185.0 


86,325.9 


77,921.5 


645,302.1 


PROPOSED       BOND  PROGRAM 
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The  following  table  of  proposed  bonds  reflects  the  recommended  bond  schedule  approved  by  the  Capital  Improvement  Advisory 
Committee  in  their  report  of  June  15,  1973,  and  changes  proposed  thereto  during  the  development  of  this  report. 

The  total  amount  of  the  bond  program  is  as  follows  (costs  in  millions  of  dollars):  $445.4 


Date  of 
Submission 

1974-75 


1975-76 


1976-77 


Bond  Proposal 

Fire  System  Improvements 

Multi-Purpose  Improvements 

Civic  Center  Improvements  (Courts 
and  Education  Building) 

Civic  Center  Improvements  (Heating 
and  Cooling  Plant) 

Embarcadero  Transit  Station 

Street  Improvements 

Recreation  and  Park  Improvements 

Opera  House-Veterans'  Building 
Rehabilitation 

Port  Improvements 

Community  College  Improvements 

Multi-Purpose  Improvements 
District  Mental  Health  Centers 
Main  Library 

Multi-Purpose  Improvements 

Chinatown-North  Beach  Community 
Hospital 


Amount 

$  13.4 
6.0 
45.8 

12.7 

5.0 
18.0 
30.0 
15.3 

49.1 
50.3 

6.0 
13.5 
26.0 

6.0 
13.8 


Date  of 
Submission 

1977-78 


1978-79 


1979-80 


Bond  Proposal  Amount 

Multi-Purpose  Improvements  $  6.0 

M.  H.  de  Young  East  Wing  Reconstruction  7.0 

Moccasin  Transmission  Line  Extension  7.5 

Fire  System  Improvements  8.5 

Multi-Purpose  Improvements  6.0 

Coulterville  Power  Plant  48.4 

Multi-Purpose  Improvements  6.0 

San  Joaquin  Pipeline  No.  4  45.1 


POSSIBLE  FUTURE  BOND  PROPOSALS: 
Water  pollution  control 
County  Jail  improvements 
District  Police  Station  improvements 
Public  Utilities  office  building 
Records  Center  and  voting  machines  warehouse 
Central  Shops  improvements 
Public  Health,  101  Grove,  remodel 
Hetch  Hetchy,  new  power  generating  facilities 
Youth  Guidance  Center 
Senior  Citizen  Center 
Laguna  Honda  improvements 
School  improvements 
Legion  of  Honor  improvements 


FOREWORD 


Pursuant  to  Section  6.202  of  the  Charter  for  the  City 
and  County  of  San  Francisco,  this  report  presents  the  City 
Planning  Commission' s  Recommended  Capital  Improvement  Program 
for  1974-75  through  1979-80. 

The  six-year  capital  improvement  program  will  be  used 
by  the  Capital  Improvement  Advisory  Committee  (CIAC)  to  formu- 
late a  specific  priority  program  for  the  ensuing  budget  year. 
This  program  will  be  submitted  during  January  to  the  Mayor  and 
to  the  Board  of  Supervisors  for  consideration  and  implementation 
through  the  budget  for  1974-75. 

In  June,  again  guided  by  the  City  Planning  Commission's 
recommendations,  the  CIAC  will  present  to  the  Board  of  Super- 
visors a  capital  improvement  program,  including  priorities  for 
bond  propositions  and  a  suggested  financing  plan,  for  the  sub- 
sequent five  years.     The  Board  of  Supervisors  will,  after 
modifications,  additions,  or  deletions,  adopt  in  principle  a 
five-year  capital  improvement  program  and  financing  plan  to 
guide  the  development  of  the  program  for  the  subsequent  fiscal 
year. 

The  present  report  details  the  following  information: 

1.  Brief  description  of  each  project  with 
Project  Identification  Number; 

2.  Cost  data  by  fiscal  year; 

3.  Master  Plan  review; 

4.  General  priority  recommendations; 

5.  Policy  statements  where  appropriate;  and 

6.  Tabulation  of  departmental  submissions. 
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The  Six-Year  Capital  Improvement  Program  contained  in 
this  report  consists  of  731  projects  with  an  estimated  aggre- 
gate cost  of  approximately  $645  million.    A  fiscal  summary  of 
the  entire  six -year  program  will  be  found  on  Page  B-l.  Cost 
estimates  for  projects  in  1974-75  are  expected  to  be  substan- 
tially the  same  as  the  budgetary  requests.    However,  cost 
estimates  for  the  later  years  in  the  program  are  subject  to 
revision  as  the  year  of  effectuation  approaches. 

In  several  of  the  departmental  schedules,  separate 
projects  are  proposed  for  engineering  services.    While  these 
services  are  important  in  the  execution  of  approved  capital 
program  projects,  they  are  not  related,  in  the  form  of  their 
submission,  to  specific  projects.     If  these  costs  are  for  con- 
tinuing personnel  services,  they  should  be  placed  in  the  correct 
object  of  expenditure  rather  than  in  the  capital  program.  Engi- 
neering services  should  be  an  integral  part  of  a  project's  cost 
rather  than  a  separate  line  item  in  the  capital  program. 

For  this  year's  program,  there  is  a  slight  adjustment  in 
the  assignment  of  general  priority  ratings.     Projects  included 
in  later  years  of  the  program  have  been  given  an  "Acceptable" 
or  "C"  priority  rating  except  for  a  few  cases  involving  Commis- 
sion policies  or  Master  Plan  considerations.    This  rating  system 
means  that  the  project  is  worthwhile  for  inclusion  in  the  pro- 
gram.    However,  in  later  programs,  as  the  project  advances 
toward  the  first  year,  the  priority  rating  will  be  re-evaluated. 
This  approach  is  designed  to  concentrate  the  review  and  evalu- 
ation procedure  in  the  first  and  second  years  of  the  program. 
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1974-75          1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


SIX -YEAR 
TOTALS 


Single  Project  (ad  valorem  -  sales  tax) 


P.I.N. 


CPC 
PRI, 


PROJECT  DESCRIPTION 


115.73.101 


C        Install  partitioning,  air  conditioning, 
electric  panelling  and  new  ceiling 


10.0 


110.0 


120.0 


CITY  ATTORNEY 
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1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


Single  Project  (ad  valorem  -  sales  tax) 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


117.74.101 


•B        City  Hall,  general  office  modernisation 
and  installation  of  ventilation  system 


262.0 


262.0 


DEPARTMENT  OF  CITY  PLANNING 
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1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


Single  Project  (ad  valorem  -  sales  tax) 


CPC 

P.I.N.  PRI. 


PROJECT  DESCRIPTION 


119.68.101 


C        100  Larkin  St . ,  general  interior 
alterations 


11.0 


11.0 


CIVIL  SERVICE 
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1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


No.  of  Projects 

Cost  of  Projects  (ad  valorem  -  sales  tax) 


3 

69.2 


3 

69.2 


P.I.N. 


121.72.101 


CPC 
PRI. 


PROJECT  DESCRIPTION 


City  Hall,  first  floor,  office  alterations 


121.69.101        C       City  Hall,  first  floor,  space  utilization 

study 

121.67.103        C       City  Hall,  Room  52-B,  convert  basement 

storeroom  to  filing  office 


47.0 
3.2 

19.0 


47.0 
3.2 

19.0 


CONTROLLER 


1974-75 


No.  of  Projects  1 
Costs  of  Projects  (ad  valorem  -  sales  tax)  191.0 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

124.72.102       A       City  Hall,  EDP  Section,  provide  alternate  191.0 

source  of  electrical  service 


124.69.101        B        240  Van  Ness  Avenue,  EDP  Section,  office 

alterations 


D-5 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

1  -  -  -  -  2 

177.5  -  -  -  -  368.5 

191.0 


177.5 


177.5 


EMERGENCY  SERVICES 
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1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 


Single  Project  (ad  valorem  -  sales  tax) 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

131.72.101        A        Christmas  Tree  Point,  Twin  Peaks,  construct  229.0  648.0  648.0  1,525.0 

underground  emergency  operating  center 

PROJECT  121.72.101  SHOULD  BE 
COORDINATED  WITH  THE  DEVELOPMENT 
OF  THE  SEISMIC  SAFETY  ELEMENT  OF 
THE  MASTER  PLAN. 


DISTRICT  ATTORNEY 
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1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


Single  Project  (ad  valorem  -  sales  tax) 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


141.71.101 


B       Hall  of  Justice,  Third  Floor,  office 
alterations 


25.0 


25.0 


FIRE  DEPARTMENT 
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1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


No.  of  Projects 


Costs  of  Projects 


Ad  valorem  -  sales  tax 


Proposed  bonds 


10 

13f600.2 
245.2 
13,355.0 


9 

154.0 
154.0 


1 

8,500.0 
8,500.0 


20 

22,254.2 
399.2 
21,855.0 


P.I.N. 


145.72.101 


145.70.102 


CPC 
PRI. 


145.71.103 


145.73.201 


PROJECT  DESCRIPTION 

Various  locations,  install  radio  controls 
for  apparatus  doors 

Various  locations,  install  automatic  radio- 
controlled  overhead  doors 


145.72.102        B        Chief's  residence,  870  Bush  St.,  remodel 

and  modernize  kitchens  and  bathrooms 

145.67.112        B        Engine  Co.  42,  2430  San  Bruno  Ave.,  relo- 
cate and  enlarge  kitchen 

145.72.107       B        Engine  Co.  8,  36  Bluxome  St.,  remodel 

kitchen 


Various  locations,  install  battery-operated 
emergency  lighting  facilities 

Auxiliary  Water  Supply  System,  extensions 
and  improvements,  and  firehouse  recon- 
struction and  remodeling 


32.0 


53.0 


9.1 


20.7 


6.8 


19.6 


13, 355. On 


32.0 


53.0 


9.1 


20.7 


6.8 


19.6 


13,355.0 


FIRE  DEPARTMENT 
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CPC  1974-75  1975-76          1976-77          1977-78  1978-79  1979-80  SIX-YEAR 

P.I.N.  PRI.  PROJECT  DESCRIPTION  (Costs  in  thousands  of  dollars)  TOTALS 

145.74.101       A        Pier  22*s  (Fireboat  No.  1),  install  sewer  40.0  40.0 

line  from  building  to  sewer  system  to  elimi- 
nate discharge  of  raw  sewage  into  bay 

145.73.101       C        1249  Clayton,  convert  inactive  firehouse  43.5  43.5 

to  handball  court  and  gymnasium 

145.67.113        B        Engine  Co.  40,  2155  18th  Ave.,  enlarge  20.5  20 -5 

kitchen  area  and  remodel  officers*  quarters 


145.69.106 


145.69.107 


145.69.105 


Pipe  Yard,  2245  Jerrold  Ave.,  construct  stor-  40.7  40 • 7 

age  shed 


145.72.106        C        Install  dishwashers  at  various  engine  companies  8.0 

145.72.105       B        Install  grease  hoods  and  flues  over  ranges  at  13.9 

various  engine  companies 


145.67.121       C        Training  Center,  2310  Folsom  St.,  construct 

storage  building  for  ladders 


Engine  Co.  31,  441  12th  Ave.,  install  miscel-  16.7 
laneous  improvements  to  premises 

Engine  Co.  35,  676  Howard  St.,  renovate  !0-3 
portion  of  basement  to  provide  study  room 


145.73.202        B        Training  Center,  replace  pipe  to  low  pressure 

hydrant 


25.5 


6.8 


145.70.106        B       AWSS,  conduct  electrolysis  survey  and  study 

145.67.123       C       Twin  Peaks  Reservoir,  pave  access  road  and 

parking  area 

145.73.601        C       Auxiliary  Water  Supply  System,  improvements 


8.0 
13.9 


22.7  22,7 


16.7 
10.3 
25.5 

6.8 
9.4 

8, 500. On  8,500.0 


MAYOR 


D-10 


1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 

(Costs  in  thousands  of  dollars)  TOTALS 


Single  Project  (ad  valorem  -  sales  tax) 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


151.74.101 


Study  of  office  space  requirements 


5.0 


5.0 


MUNICIPAL  COURT 


1974-75 


No.  of  Projects  2 
Costs  of  Projects  (ad  valorem  -  sales  tax)  39.6 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

155.67.102        B        City  Hall,  renovate  various  courtrooms  28.2 

and  chambers 

155.68.101        C        City  Hall,  Rooms  300,  301  and  303,  install  11.4 

acoustical  tile 


D-ll 


75-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 


29.7  31.2  32.8  34.4  36.1  203.8 


29.7  31.2  32.8  34.4  36.1  192.4 


11.4 


POLICE  DEPARTMENT 


D-12 


1974-75          1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
    (Costs  in  thousands  of  dollars)  TOTALS 


No.  of  Projects 

Costs  of  Projects  (ad  valorem  -  sales  tax) 


24 


434.3 


18 


540.7 


8 


663.9  1,591.9 


883.6 


52 


669.2  4,783.6 


P.I.N. 
161.71.101 

161.70.116 
161.73.101 


CPC 
PRI. 


161.71.110 

161.72.117 

161.71.104 

161.70.117 

161.70.128 
161.71.107 


B 


161.73.102  B 


PROJECT  DESCRIPTION 

Hall  of  Justice,  Crime  Lab.,  study  to 
enlarge  facility 

Hall  of  Justice,  Crime  Lab.,  alterations 

Three  district  stations,  replace  and 
relocate  gas  pumps 

Various  police  facilities,  noise  control 
booth  for  IBM  cable  terminal 


C        Police  Range,  install  overhead  safety 
baffles 

A        Hall  of  Justice ,  Photo  Lab . ,  additions  and 
alterations 

A        Hall  of  Justice,  Internal  Affairs  Bureau, 
misc.  alterations 

C        Hall  of  Justice,  Traffic  Bureau,  altera- 
tions 

C        Planning  services,  Bureau  of  Architecture 

C        Hall  of  Justice,  various  locations,  misc. 
alterations 


1.3 

28.4 
6.0 

10.6 

36.4 

14.0 

12.5 

14.8 

10.0 
10.1 


1.3 

28.4 
6.0 

10.6 

36.4 

14.0 

12.5 

14.8 

10.0 
10.1 


POLICE  DEPARTMENT 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


D-13 

1979-80        SIX -YEAR 
TOTALS 


161.71.109 


161.71.111 


Hall  of  Justice,  Planning  and  Research, 
install  partitions 

Hall  of  Justice,  Criminal  Information  Bureau, 
misc.  alterations 


161.68.104       C       Hall  of  Justice,  Traffic  Bureau,  remodel 

western  section 


161.71.201  C 

161.71.207  A 

161.73.108  C 

161.73.105  B 

161.73.106  B 

161.73.107  C 

161.71.113  C 

161.74.101  B 

161.74.102  B 


Hall  of  Justice,  Operations  Center,  5th 
floor,  soundproofing  and  security  alterations 

Hall  of  Justice,  Criminal  Information  Bureau, 
alterations  for  improved  efficiency  and 
security 

Hall  of  Justice,  Traffic  Bureau,  additional 
alterations 

Richmond  Station,  renovate  men's  toilet  room 

Six  district  stations,  replace  toilets  in 
cells 

Hall  of  Justice,  Juvenile  Bureau,  install 
partitions  and  provide  auxiliary  lighting 
circuit 

Hall  of  Justice,  Traffic  Bureau,  provide 
acoustical  treatment 

Southern  Station,  Room  101,  alterations 

Five  district  stations,  install  emergency 
generators 


9.6 
10.7 
10.7 
21.0 
53.5 

10.7 

8.0 
11.3 

7.5 

12.5 

51.0 
41.7 


9.6 
10.7 
10.7 
21.0 
53.5 

10.7 

8.0 
11.3 

7.5 

12.5 

51.0 
41.7 


POLICE  DEPARTMENT 


CPC 

p. I.N.  PRI.  PROJECT  DESCRIPTION 


161. 74 «103        B        Richmond  Station,  space  study 

161.74.105  C       Various  police  facilities,  install  new 

lighting  fixtures 

161.74.106  B        Southeast  Station,  additional  alterations 

161.72.118        B        Hall  of  Justice,  Rm.  434,  create  new  interro- 
gation room 

161.71.112       B        Hall  of  Justice,  Communications  Center, 

modify  air  conditioning  system 

161.70.111       B        Hall  of  Justice,  City  Prison,  alterations 

to  women 1 s  section 

161.74.104  B        Richmond  Station,  remodeling 

Note;     Project  subject  to  completion 
of  space  study  (161.74.103) 

161.71.105  C        Block  3759,  Lot  40,  adjacent  to  Hall  of 

Justice,  provide  additional  parking  for 
Police  Department 

161.70.109       C       Hall  of  Justice,  City  Prison,  reconstruct 

intercom  system 

161.70.121        B        Hall  of  Justice,  City  Prison,  install  TV 

surveillance  system 

161.69.103        H        ingleside  Station,  remodel  various  offices 

including  acoustical  treatment 

Note:     ingleside  Station  scheduled 
for  demolition. 


D-14 


75-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 

3.0 

39.0 


80.0  80.0 

6.0  6.0 

29.7  29'7 
11.1 


45.0 


12.4 


24.1 


132.4 


59.5 


45.0 


12.4 


24.1 


132.4 


59.5 


POLICE  DEPARTMENT 


D-15 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)    TOTALS 


161.68.106  H 


Taraval  Station,  provide  additional 
parking  spaces 

Note:     Taraval  Station  scheduled 
for  demolition. 


161.70.112        B        Hall  of  Justice,  City  Prison,  preliminary 

studies  for  alterations  to  elevator 


161.71.203  B 

161.71.205  C 

161.71.206  H 

161.73.201  B 

161.73.202  B 

161.73.203  C 
161.70.110 

161.70.113  C 

161.70.106  C 

161.71.302  H 


Police  Range,  install  automatic  sprinkler 
system 

Central  Station,  install  cabinets  and 
shelving 

Taraval  Station,  provide  new  restroom  and 
interrogation  room 

Hall  of  Justice,  City  Prison,  install 
security  and  provide  health  measures 

Central  Station,  provide  air  conditioning 

Police  Range,  install  heating  system 


B        Hall  of  Justice,  City  Prison,  men's  section, 
miscellaneous  alterations 

C        Hall  of  Justice,  City  Prison,  resurface 
floor 

C        Hall  of  Justice,  Homicide  Bureau,  install 
interrogation  room 

Taraval  Station,  provide  training  and 
utility  rooms  in  basement 


15.8 


2.2 

21.7 

6.3 

6.7 

8.0 

37.2 
20.9 
21.7 


194.6 


13.4 


51.6 


15.8 


2.2 

21.7 

6.3 

6.7 

8.0 

37.2 
20.9 
21.7 

194.6 

13.4 

51.6 


POLICE  DEPARTMENT 


D-16 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 


161.71.303 


Hall  of  Justice,  City  Prison,  construct 
recreation  area  on  roof 


14.2 


14.2 


161.67.103 


H       New  Northern  Police  Station,  south  side  of 
Turk  St.  bet.  Webster  and  Fillmore  Sts., 
acquire  land  and  construct  building 

THE  CITY  PLANNING  COMMISSION  WITHHOLDS 
EVALUATION  OF  ALL  PROJECTS  FOR  NEW 
DISTRICT  STATIONS  UNTIL  THE  POLICE  DEPART- 
MENT'S PROGRAM  FOR  REORGANIZING  PHYSICAL 
FACILITIES  IS  FINALIZED. 


76.7 


653.8 


730.5 


161.68.105 


161.71.401 


161.67.201 


161.67.302 


161.67.301 


C       Hall  of  Justice,  Central  Warrant  Bureau,  pro- 
vide three  rooms  by  partitioning 

H       Taraval  Station,  install  intercommunications 
system 

H       New  Ingleside  Police  Station,  acquire  land 
and  construct  building  (site  undetermined) 

H       New  Taraval  Police  Station,  acquire  land  and 
construct  building  (site  undetermined) 

H       New  Richmond  Station,  acquire  land  and  con- 
struct building  (site  undetermined) 


11.2 


6.0 


296.2 


640.2 


297.9 


549.0 


334.6 


669.2 


11.2 


6.0 


936.4 


846.9 


1,003.8 


DEPARTMENT  OF  SOCIAL  SERVICES 


No.  of  Projects 

Costs  of  Projects  (ad  valorem  -  sales  tax) 
CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

169.70.101  B        1680  Mission  St.,  alterations  to  heating 

and  ventilating  systems 

169.73.102  C       150  Otis  St.,  provide  acoustical  treatment 

for  supervisors'  offices 

169.73.103  B        150  Otis  St.,  new  women's  toilet  facilities 

169.73.104  A        150  Otis  St.,  lighting  fixtures  for  stair 

towers 

169.74.101  A        150  Otis  St.,  install  emergency  telephone 

in  elevators 

169.74.102  C        150  Otis  St.,  provide  additional  office 

space  for  supervisors 

169.71.103  C        1680  Mission  St.,  provide  acoustical  wall 

treatment  for  interview  rooms 

169.73.101        C        1680  Mission  St.,  provide  acoustical  wall 

treatment  for  conference  rooms  and  lobby 


D-17 


74-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 


6  2  -  -  -  -  8 

50.2  16.5  -  66.7 


14.5  14.5 


9.5  9.5 


13.0  13.0 


7.2 


0.4 


5.6 


9.7 


6.8 


7.2 


0.4 


5.6 


9.7 


6.8 


SHERIFF'S  DEPARTMENT 


1974-75 


No.  of  Projects  10 
Costs  of  Projects  (ad  valorem  -  sales  tax)  389.2 

CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

173.74.101  A        Jail  No.  2,  rehabilitation  program  80.0 

173.74.102  A        Jails  Nos.  1  and  3,  remodel  isolation  13.5 

cells 

173.71.105        B        Jail  No.  2,  construct  shower  and  storage  9.5 

building  in  farm  area 

173.69.101        B        Jail  No.  2,  men's  building,  convert  first  21.4 

floor  area  into  classroom  and  recreation 
room 

173.71.104       A        Jail  No.  2,  men's  building,  renovate  187.5 

kitchen  ($20.0  previously  appropriated 
for  plans) 

173.72.101       C        Jail  No.  2,  Tiers  1-8,  improve  lighting  19-3 


173.71.202        B        Jail  No.  2,  construct  paint  storage 

building 

173.68.105        C        Jail  No.  4,  reconstruct  intercom  system 

173.70.309       A        Jail  No.  1,  alterations  to  visiting  area 

173.67.116        B        Sheriff's  Office,  City  Hall,  remodel 

Civil  Division  office  area 


8.3 

13.2 
20.5 
16.0 


D-18 


1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 

8  4  5  -  -  27 

802.5  481.6  307.1  -  -  1,980.4 


335.0  67.0  482.0 

13.5 

9.5 

21.4 

187.5 

19.3 
8.3 

13.2 
20.5 
16.0 


SHERIFF'S  DEPARTMENT 


CPC 

P.I.N.  PRT.  PROJECT  DESCRIPTION 


173.74.201  B        Jail  No.  2,  rotunda  area,  provide  new 

offices  on  2nd  floor  and  dining -classroom 
area  on  3rd-6th  floors 

173.74.202  B        Jail  No.  2,  administrative  area,  security 

measures 

173.72.102       C        Jail  No.  2,  provide  access  road  to  exercise 

yard 

173.71.206       B        Jail  No.  2,  replace  floor  coating 

173.71.205        B        Jail  No.  2,  attorney's  room  and  chaplain's 

office,  alterations  for  soundproofing  and 
privacy 

173.68.108        C        Jail  No.  1,  reconstruct  and  extend  intercom 

and  PA  systems 

173.70.503        B        Jail  No.  2,  replace  two  elevators 

173.70.508        B        Jail  No.  1,  alterations  to  interview  rooms 

173.67.120        C        Jail  No.  2,  men's  building,  install  66 

stainless  steel  tables  for  dining  and 
passive  recreation 

173.67.112        C        Jail  No.  2,  construct  new  building  for  feed 

storage 

173.71.204       C        Jail  No.  2,  construct  building  for  vehicle 

storage 

173.71.203  C        Jail  No.  2,  men's  building,  build  new  load- 

ing dock  with  associated  equipment 


D-19 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

180.0  180.0 


27.0  27.0 

26.8  26'8 

66.6  65.1  38.0  169.7 

13.7  13'7 


20.9 

122.1 
10.4 


171.2 


87.6 


81.9 


8.8 


20.9 

122.1 
10.4 
171.2 

87.6 
81.9 
8.8 


SHERIFF'S  DEPARTMENT 

CPC  1974-75 
p.I.N.  PRI.  PROJECT  DESCRIPTION  

173.70.505        C        Jails  Nos.  2  and  4,  install  roadway  lighting 

within  jail  grounds 

173.71.207        C        Jail  No.  2,  construct  road  to  Jail  No.  4 

173.67.109        C        Jail  No.  2,  construct  concrete  retaining 

wall  along  west  side  of  men's  recreation  area 

173.67.115        C        Jails  Nos.  2  and  4,  reconstruct  paving  on 

roads  and  visitors'  parking  area 

173.67.113        C        Jail  No.  2,  convert  stable  to  farm  produce 

storage  facility 


D-20 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

12.0  12.0 

70.9  70.9 

69.7  69.7 

39.8  39.8 
76.7  76.7 


SUPERIOR  COURT 


D-21 


1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
TOTALS 


No.  of  Projects 

Costs  of  Projects  (ad  valorem  -  sales  tax) 


205.0 


69.0 


77.9 


4 

351.9 


P.I.N. 


179.68.102 


179.67.101 


179.69.101 


179.69.102 


CPC 
PRI. 


B 


B 


PROJECT  DESCRIPTION 

City  Hall,  install  air  conditioning  in 
judges'  chambers,  Rooms  409  and  413 

City  Hall,  install  air  conditioning  in 
Courtrooms  411,  417,  418,  426  and  429 
and  adjacent  judges*  chambers 

City  Hall,  remodel  Courtrooms  403,  417, 
452,  457,  459  and  481 

City  Hall,  renovate  Courtroom  450 


25.5 


179.5 


69.0 


77.9 


25.5 


179.5 


69.0 


77.9 


BOARD  OF  SUPERVISORS 


1974-75 


Single  Project  (ad  valorem  -  sales  tax) 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


181.72.101 


B        City  Hall,  2nd  floor,  create  additional 
office  space 


162.0 


D-22 

1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 


483.2 


645.2 


JUVENILE  COURT 


1974-75 

No.  of  Projects  9 
Costs  of  Projects  (ad  valorem  -  sales  tax)  315.0 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

186.67.104       A       Youth  Guidance  Center,  alter  five  cottages  47.0 

($185.1  previously  appropriated) 

186.71.201       B       Youth  Guidance  Center,  modernize  lighting  19.0 

in  administration  building 

186.72.101        C        Youth  Guidance  Center,  Arts  and  Crafts  9.5 

Room,  remodel  for  teachers'  curriculum 
laboratory 

186.74.101  B        Hidden  Valley  Ranch,  install  emergency  58.5 

electrical  heating  and  lighting  system  for 
dormitories,  dining  room  and  kitchen  area 
(formerly  188.71.101) 

186.70.103       A        Juvenile  Court,  conduct  study  of  detention  50.0 

facilities 

186.73.102  C        Youth  Guidance  Center,  remodel  existing 

storeroom  facilities  below  service  building 

186.74.102  A        Log  Cabin  Ranch,  install  emergency  elec-  22.5 

trical  system 

186.74.103  A       Log  Cabin  Ranch,  remodel  auto  shop  to  pro-  15.0 

vide  two  classrooms 


D-23 

1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 


314.6 


334.2 


273.5 


26 
1,237.3 


50.3  53.1  57.0  207.4 

19.0 
9.5 

58.5 

50.0 
77.5 
22.5 
15.0 


JUVENILE  COURT 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


186.74.104       B        Log  Cabin  Ranch,  expand  existing  laundry 

room  (formerly  187.69.101) 

186.74.201  B        Log  Cabin  Ranch,  addition  to  recreation 

hall  (formerly  187.69.102) 

186.74.202  B        Log  Cabin  Ranch,  improve  sewage  treatment 

facilities  ($8.8  previously  appropriated 
for  plans)    (formerly  187.67.102) 

186.68.101        C       Youth  Guidance  Center,  construct  garage  for 

ten  City -owned  vehicles 

186.73.103        C       Youth  Guidance  Center,  convert  two  shower 

rooms  into  offices  for  Public  Defender 

186.74.203  C       Log  Cabin  Ranch,  construct  equipment  stor- 

age building  (formerly  187.67.105) 

186.74.204  B       Youth  Guidance  Center,  remodel  dormitories 

in  dependency  cottage  W3 

186.74.205  B        Hidden  Valley  Ranch,  relocate  sewer  line 

186.71.301        C        Youth  Guidance  Center,  construct  warehouse 

and  realign  roadway 

186.72.101       C       Youth  Guidance  Center,  remodel  dependency 

cottages  Wl  and  W2 

186.74.301  C        Youth  Guidance  Center,  remodel  lighting 

and  ventilation  systems  in  seven  classrooms 

186.74.302  C       Log  Cabin  Ranch,  construct  new  single  men's 

quarters  (formerly  187.67.104) 


D-24 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

16.0 

64.2  64.2 
68.2  68-2 

49.2  49'2 

9.1  9a 

54.6  54-6 

7.0  7'° 

12.0 


89.9 

89.9 


JUVENILE  COURT 


CPC  1974- 
P.I.N.  PRI«  PROJECT  DESCRIPTION   

186.74.401  C       Youth  Guidance  Center,  landscaping  and 

install  irrigation  system 

186.74.402  C       Youth  Guidance  Center,  install  new  telephone 

switchboard  and  paging  system 

186.74.403  C       Log  Cabin  and  Hidden  Valley  Ranches,  resurface 

roadways 

186.74.404  C       Log  Cabin  and  Hidden  Valley  Ranches,  modernize 

water  and  chlorination  facilities 

186.74.405  C       Log  Cabin  Ranch,  install  new  walk -in  refrigerator 

186.74.406  C        Log  Cabin  and  Hidden  Valley  Ranches,  landscaping 

and  irrigation 


D-25 

1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 

15.0  15.0 

75.0  75.0 

10.0  10.0 

100.0  100.0 

6.5  6.5 

10.0  io.o 


CALIFORNIA  ACADEMY  OF  SCIENCES 


No.  of  Projects 
Costs  of  Projects 

Ad  valorem  -  sales  tax 

Other  sources 

CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

213.67.117       B        Francis  Scott  Key  Monument,  restore  and 

reset 

213.69.101       A        Steinhart  Aquarium,  install  emergency 

generator 

213.67.104       B        Steinhart  Aquarium,  provide  reptile  quaran- 
tine area 

213.70.101       C        North  American  Hall,  conduct  preliminary 

studies  of  the  feasibility  of  using  a  par- 
tially excavated  basement  area 

213.67.114       C        Steinhart  Aquarium,  improve  ground  water 

removal  system 

213.67.302        H        Steinhart  Aquarium,  complete  facility  and 

construct  new  Earth  History  Building 
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1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

2                     2  1-117 

43.0  50.5  104.5  92.7  1,375.0  312.0  1,977.7 

18.0  50.5  104.5  92.7  -  -  265.7 

25.o                  -  -  -  1,375.0  312.0  1,712.0 


25. 0o 


25.0 


18.0 


18.0 


41.5 


41.5 


9.0 


9.0 


104.5 


92.7 


197.2 


1, 375.0o 


1,375.0 


CALIFORNIA  ACADEMY  OF  SCIENCES 
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CPC                                                                                                      1974-75          1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
P.I.N.  PRI-  PROJECT  DESCRIPTION   (Costs  in  thousands  of  dollars)  TOTALS 

213.67.116        H       Hall  of  Science,  provide  additional  312. Oo  312.0 

laboratory  and  office  space 

NEW  CONSTRUCTION  PROPOSED  IN  PROJ- 
ECTS 213.67.302  AND  213.67.116  SHOULD 
BE  DEFERRED  PENDING  THE  DEVELOPMENT 
OF  A  MASTER  PLAN  FOR  GOLDEN  GATE  PARK. 
THIS  PLAN  SHOULD  BE  A  JOINT  STUDY  BY 
THE  RECREATION  AND  PARK,  PUBLIC  WORKS, 
CITY  PLANNING,  POLICE  AND  FIRE  DEPART- 
MENTS; THE  MUNICIPAL  RAILWAY;  THE 
de  YOUNG  MUSEUM  AND  THE  ACADEMY  OF 
SCIENCES . 


CHIEF  ADMINISTRATIVE  OFFICER 
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1974-75          1975-76          1976-77          1977-78  1978-79 
   (Costs  in  thousands  of  dollars)  


1979-80 


SIX-YEAR 
TOTALS 


Single  Project  (ad  valorem  -  sales  tax) 


P.I.N. 


221.70.101 


CPC 
PRI. 

A 


PROJECT  DESCRIPTION 

Establish  revolving  fund  to  be  administered 
by  CIAC  for  various  studies  and  minor  capi- 
tal improvements 


100.0 


100.0 


100.0 


100.0 


100.0 


100.0 


600.0 


COUNTY  CLERK 


1974-75 


Single  Project  (ad  valorem  -  sales  tax) 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


225.74.101 


B        City  Hall,  Room  317,  alterations  and 
improvements 


42.0 
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1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)   TOTALS 


42.0 


DEPARTMENT  OF  FINANCE  AND  RECORDS 


1974-75 


Single  Project  (ad  valorem  -  sales  tax) 


CPC 

P.I.N  PRI.  PROJECT  DESCRIPTION 


227.70.101       C        Study  for  New  Records  Center  (site  16.0 

undetermined) 
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1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 


16.0 


DEPARTMENT  OF  ELECTRICITY 


No.  of  Projects 

Costs  of  Projects  (ad  valorem  -  sales  tax) 


CPC 

p.I.N.  PRI.  PROJECT  DESCRIPTION 

233.70.101       A       Various  locations,  install  fire  and 

police  alarm  systems  in  new  underground 
districts  (recurring  budget  item) 

233.70.103       C        Central  Fire  Alarm  Station,  1003  Turk  St. 

construct  garage  for  fire  communications 
van 


D-31 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

165.0  165.0  165.0  165.0  165.0  939.4 

165.0  165.0  165.0  165.0  165.0  927.9 

11.5 


REAL  ESTATE  DEPARTMENT 
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1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 

(Costs  in  thousands  of  dollars)  TOTALS 


No.  of  Projects 

Costs  of  Projects  (ad  valorem  -  sales  tax) 


68.3 


110.0 


100.0 


385.0 


8 

663.3 


P.I.N. 


CPC 
PRI. 


245.73.102  A 


245.67.107  C 


245.67.108  C 


245.67.102  C 


245.67.110  C 


245.69.101  C 


245.73.101 


245.69.102  C 


PROJECT  DESCRIPTION 

Civic  Auditorium,  main  floor,  terrazzo 
flooring  repair 

Brooks  Hall  -  Civic  Center  Plaza,  study 
to  remedy  operational  faults 

Civic  Auditorium,  partition  west  end  of 
north  corridor  on  main  floor 

Civic  Auditorium,  provide  apparatus  for 
automatic  changing  of  curtains  in  main 
arena 

Civic  Auditorium,  resurface  balcony 
floors 

Civic  Center  area,  study  for  underground 
cafeteria  between  Civic  Auditorium  and 
Brooks  Hall 


C        429  Jessie  St.,  acquisition  of  building 
for  Records  Storage  Center 


Acquire  and  remodel  building  for  general 
office  use  on  southeast  comer  of  Van  Ness 
Avenue  and  Grove  Street 


48.5 


10.7 


9.1 


41.2 


63.0 


5.8 


100.0 


385.0 


48.5 


10.7 


9.1 


41.2 


63.0 


5.8 


100.0 


385.0 


TAX  COLLECTOR 


1974-75 


Single  Project  (ad  valorem  -  sales  tax) 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


261.71.101       B        City  Hall,  Room  106,  alterations  (Phase  III)  48.0 
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1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 


48.0 


PURCHASING  DEPARTMENT 


1974-75 


No.  of  Projects 

Costs  of  Projects  (ad  valorem  -  sales  tax) 
CPC 

p.I.N.  PRI.  PROJECT  DESCRIPTION 

311.67.102  A       Central  Shops,  improve  ventilation  in 

automotive  shops 

311.67.116       A       Central  Shops,  fire  hose  test  facility 

311.67.112       B       Central  Shops,  enclose  service  station 

work  area 

311.67.103  C       Central  Shops,  construct  "enclosed  type" 

shed  for  storage  of  ladders  and  lumber 

311.67.104  C       Central  Shops,  construct  mezzanine  office 

in  Machine  Shop 

311.67.107       C       Central  Shops,  enlarge  shop  entrance  to 

accommodate  large  equipment 

311.67.111       C       Central  Shops,  install  low  pressure  fire 

hydrant  and  water  line  to  test  fire  pump 

311.67.106       C       Central  Shops,  install  covered  automobile 

storage  area 

311.67.101       C       Central  Shops,  pave,  fence  and  light  adja- 
cent storage  area 
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1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 


2  2  -  -  -  9 

43.5  165.4  -  315.3 


18.9 


24.6 


68.8 


36.6 


25.6 

30.0 
10.0 

31.0 

9.8 

18.9 

24.6 

68.8 

96.6 


DEPARTMENT  OF  PUBLIC  WORKS  -  General  Office 


1974-75 

No.  of  Projects  ^ 
Costs  of  Projects  88,918.1 

Ad  valorem  -  sales  tax  1,468.1 

Gas  tax  -  road  fund 

Proposed  bonds  87,450.0 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

423.70.101  A       Various  public  buildings,  miscellaneous  200.0 

reconstruction  and  replacement  items 

423.70.102  A       Various  public  buildings,  miscellaneous  150.0 

minor  capital  improvements  (recurring 
budget  item) 

423.71.103  A        Reconstruct  steam  supply  and  return  100.6 

piping  loop  which  supplies  City-owned 
buildings  in  Civic  Center 

423.73.102       A        City  Hall,  enlarge  electric  service  193.2 

423.71.102       B        Various  locations,  streetside  land-  298.9 

scaping  (Board  of  Supervisors'  Res. 
515-68) 

423.67.105       B        450  McAllister  St.,  install  ventilating,  33.2 

heating  and  cooling  equipment 
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1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
  TOTALS 


5 

6,852.3 
841.7 
10.6 
6,000.0 


1 

7,099.9 
993.1 
106.8 

6,000.0 


6,650.0  6,650.0 


650.0 


650.0 


6,000.0  6,000.0 


22 


6,650.0  122,820.3 


650.0  5,252.9 


117.4 


6,000.0  117,450.0 


200.0  200.0 

150.0  150.0 

110.7  129.5 

300.0  300.0 


200.0  200.0 
150.0  150.0 

300.0  300.0 


200.0  1,200.0 
150.0  900.0 

340.8 

193.2 

300.0  1,798.9 


33.2 


DEPARTMENT  OF  PUBLIC  WORKS  -  General  Office 


P.I.N. 


CPC 
PRI, 


PROJECT  DESCRIPTION 


423.70.108  B 


423.73.101 


423.73.105  B 


423.74.103 


460  McAllister  St. r  Bureau  of  Traffic 
Engineering,  modify  air  conditioning 
system 

Various  locations,  elevator  safety  modi- 
fications ($14,160  previously  appropriated) 

Hall  of  Justice,  study  of  heating,  ventila- 
ting and  air  conditioning  system 

Various  locations,  boiler  fuel  storage 
tanks 


1974-75 


20.8 


24.8 


8.5 


68.1 


423.73.103 


Multi-purpose  bond,  general  improvements 
to  facilities 


6, 000. On 


423.70.105 


423.70.107 


423.74.101 


Civic  Center  area,  construct  a  combined  45, 800. On 

Courts  Building  and  Board  of  Education 
administration  building,  with  an  under- 
ground parking  garage,  on  the  site  of  the 
former  Commerce  High  School  playing  field; 
also  remodel  City  Hall  to  provide  office 
space  for  City  departments  now  occupying 
rented  or  substandard  premises 

Civic  Center  Area,  construct  new  central  12, 650. On 

heating  and  cooling  plant  for  city-owned 
buildings  to  replace  existing  facility 

Embarcadero  Transit  Station,  Market  St.,  5, 000. On 

complete  construction  (Stage  1  of  new 

construction  financed  by  $13,100.0  in 

tax  allocation  bonds)   (formerly  675.70.101) 


423.74.102       A        Street  improvement  and  reconstruction 


18, 000. On 


1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


D-36 

SIX-YEAR 
TOTALS 


20.8 


24.8 


8.5 


68.1 


6, 000. On        6, 000. On        6, 000. On        6, 000. On        6, 000. On  36,000.0 


45,800.0 


12,650.0 


5,000.0 


18,000.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  General  Office 


CPC  1974-75 
P.I.N.  PRI-  PROJECT  DESCRIPTION   

423.73.108       A       Neighborhood  Protected  Residential  Area  370.0 

Program,  various  locations,  improvements 
($300.0  previously  appropriated) 

Note;     See  also  672.72.101. 

423.70.106       B       City  Hall,  remodel  and  improve  testing 

laboratory 


423.71.101       B       Hall  of  Justice,  prepare  preliminary  draw- 
ings and  cost  estimates  for  enlargement 
■  of  building  ti 

423.73.106       C       City  Hall,  Room  61,  provide  ventilation 

system 

423.68.106       B       Utilities  undergrounding ,  study  only 

423.67.108       C       City  Hall,  Bureau  of  Engineering,  install 

ventilation  system 

423.67.106       C       Maintenance  Yard,  2323  Army  St.,  construct 

second  floor  addition  to  Admin istratxon 
Building 
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1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 


8.1 

11.5 
11.5 


370.0 


31.8  31.8 
(21.2) 
(10. 6g) 

28.7  28,7 


8.1 

11.5 
11.5 


320.4 
(213.6) 
(106. 8g) 


320.4 


DEPARTMENT  OF  PUBLIC  HEALTH 


1974-75 


No.  of  Projects  15 

Costs  of  Projects  1,228.6 

Ad  valorem  -  sales  tax  1,228.6 

Proposed  bonds 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

500.67.113       A       Central  Emergency  and  District  Health  46.0 

Center  No.  4,  install  standby  power 
facilities  for  emergency  medical  service 

500.67.139       A        San  Francisco  General,  Bldg.  200,  replace  147.0 

elevator 

500.67.111       A       101  Grove  St.,  modernize  two  elevators  107.3 

500.73.103  B        County  Jail,  Bayview-Hunters  Point  and  65.0 

Sunset-Richmond  District  Health  Centers, 
install  X-ray  units  and  Xomats 

500.73.104  B        San  Francisco  General,  Bldg.  80,  remodel  225.0 

for  family  practice  clinic 

500.69.101       c        101  Grove  St.,  prepare  study  and  prelimi-  6.5 

nary  plans  for  auditorium  egress 

500.73.105  B       Central  Emergency,  alterations  to  provide  41.9 

emergency  dental  clinic 

500.73.107       A       Laguna  Honda,  install  emergency  lighting  107.0 

and  communications  circuit 
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1975-76  1976-77  1977-78  191 

(Costs  in  thousands  of  dollars} 


1979-80  SIX-YEAR 

THTOTC 


3,133.6  2,666.7 
3,133.6  2,666.7 


100.0  41,178.9 
100.0  13,878.9 


113.8 


46.0 

147.0 

221.1 
65.0 

225.0 
6.5 
41.9 


107.0 


DEPARTMENT  OF  PUBLIC  HEALTH 


CPC 

P.I.N.  PR*-  PROJECT  DESCRIPTION   

500.73.111       B       Bay  view-Hunters  Point,  construct  district 

mental  health  facility  (site  undetermined) 

PROJECT  500.73.111  SUBJECT  TO  FURTHER 
REVIEW  BY  DEPARTMENT  OF  CITY  PLANNING 
REGARDING  SELECTION  OF  SITE. 


500.70.105       B        Laguna  Honda,  conduct  studies  and  prepare 

plans  for  modernization  and  rehabilitation 
of  existing  facilities 

NO  MAJOR  REHABILITATION  OR  NEW  CON- 
STRUCTION SHOULD  OCCUR  AT  THE  HOSPITAL 
UNTIL  THE  STUDY  IS  COMPLETED. 

500.73.112       A       Laguna  Honda,  install  safety  devices  in 

ward  bathrooms 

500.69.301  B       San  Francisco  General,  consolidate  toxi- 

cology and  microbiology  labs. 

500.69.302  B        San  Francisco  General,  study  future  use  of 

existing  building  to  remain  after  construc- 
tion of  new  hospital  building 

500.71.112       A       Laguna  Honda,  modernize  boiler  burners  and 

controls 

500.70.117       A       San  Francisco  General,  relocate  paint, 

plumbing,  carpenter,  shade  and  steamfxttxng 
shops 

500.71.111       B       Laguna  Honda,  install  buzzer  system  in 

rear  bathrooms  of  all  wards 

500.71.115       H       Laguna  Honda,  construct  new  laundry 
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1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

700.0  700.0  1,500.0 


89.9 


81.0 


87.0 


900.0 


6.2 


187.3  187.3 


243.0 


943.0 


32.0 


101.0 


42.0 


6.2 


374.6 


DEPARTMENT  OF  PUBLIC  HEALTH 


CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION  


500 .68 . 115        C        San  Francisco  General,  provide  additional 

temporary  parking 

500.67.141        C        San  Francisco  General,  install  lighting 

in  main  parking  area  ($14.0  previously 
appropriated) 

500.73.108  B        San  Francisco  General,  construct  helistop 

500.67.128        B        San  Francisco  General,  acquire  eleven 

parcels  of  land 

500.73.109  B        Laguna  Honda,  Clarendon  Hall,  remodel 

alcoholism  treatment  unit 

500.70.123        B       Laguna  Honda,  Bldgs.  F,  K  and  L,  install 

14  sterilizers 

500.69.303        B        San  Francisco  General,  construct  security 

fencing  and  gates 

500.70.104       B        San  Francisco  General,  Bldgs.  10,  20,  30 

and  80,  install  hardware  to  secure  windows 

500.68.114       B        Laguna  Honda,  reconstruct  meat  refrigera- 
tor box 

500.73.113  C        Central  Emergency,  office  alterations 

500.73.114  B        Chinatown -North  Beach  District  Health 

Center,  provide  emergency  power  for 
elevators 
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1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 

(Costs  in  thousands  of  dollars)  TOTALS 


53.5  53.5 
30.3  59.5  89.8 

116.6  H6.6 

100.0  100.0              100.0              100.0              100.0  500.0 

42.8  42.8 

41.6  41'6 

25.7  25,7 


34.2 

18.4 

9.6 
46.0 


34.2 

18.4 

9.6 
46.0 


DEPARTMENT  OF  PUBLIC  HEALTH 
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P.I.N, 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75          1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


500.69.108 


500.67.109 
500.67.115 
500.69.109 
500.70.124 
500.70.114 

500.67.132 

500.68.111 
500.70.119 


H       District  Mental  Health  Centers  (3)  and 
subcenters,  new  construction  (sites 
undetermined ) 

THE  ACQUISITION  AND  DEVELOPMENT  OF 
NEW  FACILITIES  FOR  MENTAL  HEALTH  PUR- 
POSES SHOULD  FIRST  BE  THE  SUBJECT  OF 
A  CITYWIDE  STUDY  FOR  THE  LOCATION  OF 
AND  SERVICE  TO  BE  PROVIDED  BY  THESE 
PROPOSED  FACILITIES. 

C        San  Francisco  General,  Bldg.  80,  remodel 
basement 

C       Laguna  Honda,  install  utility  closets  in 
ward  kitchens 

C        San  Francisco  General,  remodel  Wards  84, 
85  and  86 

C        San  Francisco  General,  Service  Bldg.  6, 
provide  access  to  roof 

C        101  Grove  St.,  conduct  study  for  modernizing 
and  adding  to  the  building  and  relocating 
Central  Emergency 

C  District  Health  Center  No.  3,  1525  Silver 
Ave.,  pave  and  enclose  parking  area  under 
freeway 

C        101  Grove  St.,  alter  Ivy  St.  exit  doors 

C       Laguna  Honda,  various  areas,  modernize 
bathtubs 


13, 500. On 


25.6 
24.9 
44.9 
43.7 
22.9 

30.0 

26.3 
80.5 


13,500.0 


25.6 
24.9 
44.9 
43.7 
22.9 

30.0 

26.3 
80.5 


DEPARTMENT  OF  PUBLIC  HEALTH 


D-42 


P.I.N, 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
TOTALS 


500.67.134       C       Laguna  Honda,  various  wards,  remodel 

treatment  rooms  and  nurses'  stations 


500.67.135 
500.70.110 

500.70.109 

500.71.110 
500.67.146 

500.69.203 
500.68.104 

500.67.151 


C       Laguna  Honda,  various  wards,  alterations 
to  kitchens 

C        San  Francisco  General,  various  areas, 

rehabilitate  wall-mounted  bed  lights  and 
related  wiring 

C  Various  health  facilities,  conduct  studies 
and  prepare  cost  estimates  for  miscellane- 
ous remodeling  projects 

C        101  Grove  St.,  replace  Ivy  St.  garage  door 

H       Chinatown -North  Beach  area,  construct 

northeast  community  hospital  (site  undeter- 
mined) 

C  Laguna  Honda,  various  locations,  modernize 
lighting 

C        San  Francisco  General,  emergency  and  admit- 
ting area,  modify  space  to  provide  another 
treatment  room 

C  Hunters  Point-Bay view  area,  construct 
ambulatory  health  care  facility  (site 
undetermined) 


102.7 
40.6 
47.0 

12.8 

6.8 
13, 800. On 

63.0 
37.5 

2,500.0 


500.71.109       C        San  Francisco  General,  Ward  12,  remodel 

into  two  intensive  care  units 


117.2 


102.7 
40.6 
47.0 

12.8 

6.8 
13,800.0 

63.0 
37.5 

2,500.0 

117.2 


DEPARTMENT  OP  PUBLIC  HEALTH 
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CPC                                                                                                    1974-75          1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
P.I.N.  PRI.  PROJECT  DESCRIPTION  (Costs  in  thousands  of  dollars)  TOTALS 

500.69.104       C       San  Francisco  General,  emergency  and  12.8  12.8 

admitting  area,  modify  surgery  room  and 
provide  shielding  and  supports  for  X-ray 
equipment 

500.67.112        C       Central  Emergency,  provide  radio  dispatch  51.6  51.6 

room  and  communication  center 

500.67.104  C       District  Health  Center  No.  1,  3850  17th  St.,  48.0  48.0 

provide  additional  examination  rooms 

500.67.105  C       District  Health  Center  No.  2,  1301  Pierce  74.5  74.5 

St . ,  acquire  land  for  parking  area 


500.67.137       C        Park  Emergency,  relocate  and  construct  new 

facility  (site  undetermined) 

500.71.113  C       Laguna  Honda,  7th  floor,  convert  solarium 

into  Medical  Director's  office 

500.70.121       C       Laguna  Honda,  replace  and  enlarge  portions 

of  PAX  intercom  system 

500.71.114  H       Laguna  Honda,  recondition  two  elevators  in 

tower  and  add  two  new  elevators  for  ward 
areas  A  and  B 

500.69.401       H       Laguna  Honda,  construct  additional  parking 

area 

500.68.101       C        Various  district  health  centers,  install 

burglar  alarm  system 

500.70.118        C       Laguna  Honda,  various  areas,  replace  lava- 
tory sinks 


873.3  873.3 

25.9  25.9 

15.1  15.1 

466.0  466-° 

907.8  907'8 

19.5  *9-5 


64.8 


64.8 


DEPARTMENT  OP  PUBLIC  HEALTH 


D-44 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


500.69.109 

500.71.201 

500.67.129 
500.71.202 

500.71.210 

500.71.215 
500.67.154 

500.67.142 

500.67.122 

.500.70.111 

500.69.103 


500.70.107 


C       Laguna  Honda,  install  therapy  pool  water 
filter 

C       District  Health  Center  No.  1,  3850  17th  St., 
remodel  clinic  area 

C       Laguna  Honda,  reconstruct  paging  system 

C       Laguna  Honda,  conduct  study  and  prepare 

preliminary  plans  for  locker  room  facilities 

C       Laguna  Honda,  conduct  study  and  prepare 

preliminary  plans  for  pharmacy,  dental  and 
X-ray  departments 

C       Laguna  Honda,  expand  telephone  system 

C       Laguna  Honda,  install  burglar  alarm  systems 
in  laundry  building  and  pharmacy 

C        San  Francisco  General,  Bldg.  80,  remodel 
pediatric  and  well  baby  clinic 

C       Laguna  Honda,  install  air  conditioning  in 
pharmacy 

C        San  Francisco  General,  install  air  condition- 
ing in  pharmacy 

C        San  Francisco  General,  emergency  and  admit- 
ting area,  modify  three  surgery  rooms  and 
provide  shielding  and  supports  for  X-ray 
equipment 

C        San  Francisco  General,  replace  air  condition- 
ing units  in  maternity  area 


13.6 

26.8 

85.2 
3.4 

5.8 

12  .6 
10.3 

82.2 

26.0 

23.9 

67.3 


13.6 

26.8 

85.2 
3.4 

5.8 

12.6 
10.3 

82.2 

26.0 

23.9 

67.3 


64.1 


64.1 


DEPARTMENT  OF  PUBLIC  HEALTH 


D-45 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
TOTALS 


500.67.125 


500.69.107 


500.69.114  C 


500.67.167 
500.71.203 
500.69.201 
500.71.205 
500.71.206 
500.71.207 
500.71.208 


500 


.71.209 


500.67.120 


Laguna  Honda,  Bldg.  B,  remodel  wards  ($42.0 
previously  appropriated  for  plans) 

San  Francisco  General,  install  ceiling  in 
pharmacy 

San  Francisco  General,  Bldg.  3,  reconstruct 
ventilating  system  in  autopsy  room 

San  Francisco  General,  study  for  new  audi- 
torium and  library 

Laguna  Honda,  various  locations,  remodel 
for  physicians'  offices 

Laguna  Honda,  replace  resilient  flooring 
in  main  corridors 


C       Laguna  Honda,  Bldgs.  M  and  O,  install 
floodlights  on  roofs 

C        San  Francisco  General,  Ward  33,  remodel 
for  four-bed  intensive  care  stroke  unit 

C        Laguna  Honda,  Bldgs.  L  and  0,  install 
partitions  in  fourth  floor  wards 

C       Laguna  Honda,  pave  site  of  demolished 
Bldg.  3  for  additional  parking 

C       Laguna  Honda,  all  wards,  install  new 
ceiling,  lighting  and  cubicle  curtain 
tracks 

C        Laguna  Honda,  various  areas,  provide 
ventilation 


746.0 


12.8 


91.8 


8.6 


36.9 


133.0 


5.6 


65.3 


42.1 


65.5 


1,053.3 


27.0 


746.0 


12.8 


91.8 


8.6 


36.9 


133.0 


5.6 


65.3 


42.1 


65.5 


1,053.3 


27.0 


DEPARTMENT  OF  PUBLIC  HEALTH 


D-46 


CPC                                                                                                    1974-75          1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
P.I.N.  PRI.  PROJECT  DESCRIPTION   (Costs  in  thousands  of  dollars)  TOTALS 


500.71.214       C       Laguna  Honda,  install  reinforced  concrete  10.2  10.2 

walkway  and  stairs  along  "Burma  Road" 


500.70.120        C       Laguna  Honda,  install  lavatory  basins  at  204.5  204.5 

various  locations 


THE  FINE  ARTS  MUSEUMS  OF  SAN  FRANCISCO 


No.  of  Projects 
Costs  of  Projects 

Ad  valorem  -  sales  tax 

Proposed  bonds 


CPC 

P.I.N.         PRI.  PROJECT  DESCRIPTION 

621.74.101  A       M.  H.  de  Young,  various  galleries, 

reconstruct  skylights  and  ventilation 
system 

621.74.102  A       Legion  of  Honor,  rehabilitate  freight 

elevator  (formerly  611.71.301) 

621.74.103  B        Legion  of  Honor,  various  galleries, 

relighting 

621.74.104  B       M.  H.  de  Young,  provide  for  protection 

of  art  objects  from  seismic  disturbances 

621.74.105  A       Legion  of  Honor,  install  four  roll-down 

metal  doors  for  Terrace  Gallery  doors 
and  windows  and  six  roll-down  metal  doors 
for  basement  storage  area  for  security 
(formerly  611.73.101) 

621.74.106  B       Legion  of  Honor,  various  galleries,  pro- 

vide ultraviolet  radiation  protection 

J 

621.74.107  B       M.  H.  de  Young,  various  galleries,  pro- 

vide ultraviolet  radiation  protection 


D-47 

1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

12  8  10  5  -  35 

299,9  402.2  319.0  7,169.4  -  -  8,190.5 

299.9  402.2  319.0  169.4  -  -  1,190.5 

-  -  -  7,000.0  -  -  7,000.0 

115.0  H5.0 

11.5  • 

26.5  25.0               25.0               25.0  101-5 

5.0  5'° 

33.0  33'° 


6.0 
6.0 


6.0 
6.0 


THE  FINE  ARTS  MUSEUMS  OF  SAN  FRANCISCO 


D-48 


CPC  1974-75  1975-76          1976-77          1977-78  1978-79  1979-80  SIX-YEAR 

P.I.N-  PRI.  PROJECT  DESCRIPTION  (Costs  in  thousands  of  dollars)   TOTALS 

621.74.108  C       M.  H.  de  Young,  install  fire  escapes  for  10.0  10.0 

east  wing  offices 

621.73.107       B       M.  H.  de  Young,  Hearst  Court,  install  four  8.5  8.5 

fan  filter  racks 

621.73.110        B        M.  H.  de  Young,  Hearst  Court,  install  6.0  6.0 

bronze  rails 

621.72.201       B       M.  H.  de  Young,  Kress  basement,  install  33.1  33.1 

atmospheric  control  system 

621.74.109  B       M.  H.  de  Young,  Kress  basement,  install  39.3  39.3 

CO2  fire  extinguisher  system 


621.71.105        C        M .  H .  de  Young,  connect  roof  and  basin 

drains  to  sewer 

621.74.201        B        M.  H.  de  Young,  strengthen  tower  against 

seismic  shock 


621.73.109 


621.73.111 


621.74.203 


6.0  6.0 
200.0  200'° 


621.74.202        B       Legion  of  Honor,  rehabilitate  heating  75.0 

and  ventilating  equipment  (formerly 
611.70.102) 


M.  H.  de  Young,  install  emergency  power  16.1 
supply  system 

M.  H.  de  Young,  extend  plumbing  in  class-  2«7 
room  area 


621.72.203        B        M.  H.  de  Young,  extend  and  improve  exhaust  64.2 

fan  and  ventilation  system 


M.  H.  de  Young,  lighting  for  conservator's  2.5 
shop 


75.0 


16.1 


2.7 


64.2 


2.5 


THE  FINE  ARTS  MUSEUMS  OF  SAN  FRANCISCO 


D-49 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75          1975-76  1976-77  1977-78  1978-79 
  (Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


621.72.202 
621.67.301 
621.74.301 
621.74.302 
621.74.303 

621.73.103 
621.74.304* 

621.73.112 

621.73.104 

621.74.305 

621.74.306 
621.74.401 


C       M.  H.  de  Young,  school  and  office  area, 
install  toilet  facilities 

C       M.  H.  de  Young,  renovate  tower  for  con- 
servation laboratory 

C       M.  H.  de  Young,  install  new  sink  in  con- 
servator's shop 

C       Legion  of  Honor,  various  galleries,  reha- 
bilitate (formerly  611.72.301;  611.70.101) 

C       Legion  of  Honor,  improve  ventilation 

system  in  coffee  shop  and  terrace  corridor 
(formerly  611.71.103) 

C       M.  H.  de  Young,  relocate  men's  toilet 

C       Legion  of  Honor,  remodel  receptionist  area 
(formerly  611.67.103) 

C       M.  H.  de  Young,  construct  orientation- 
information  center 

C       M.  H.  de  Young,  Hearst  Court,  install 
dimmer  light  control  system 

C       M.  H.  de  Young,  Hearst  Court,  provide  four 
wall  cases 

C       Legion  of  Honor,  rehabilitate  Little  Theater 

C        Legion  of  Honor,  widen  perimeter  road  and 

provide  new  parking  area  (formerly  611.67.107) 


10.7 


100.0 
2.5 
90.0 
10.2 

10.7 
10.0 

12.8 
3.8 
4.0 

50.0 


61.5 


10.7 
100.0 
2.5 
90.0 
10.2 

10.7 
10.0 

12.8 

3.8 

4.0 

50.0 
61.5 


THE  FINE  ARTS  MUSEUMS  OF  SAN  FRANCISCO 


D-50 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


621.74.402 

621.73.113 
621.72.302 


C 
C 


Legion  of  Honor,  prepare  study  and  plans 
for  Court  of  Honor  underground  exhibit  and 
storage  area  (formerly  611.67.201) 

M.  H.  de  Young,  relocate  darkroom 

M.  H.  de  Young,  renovate  shop  space  for 
art  school  offices 


23.4 

6.0 
53.5 


23.4 

6.0 
53.5 


621.69.101 


M.  H.  de  Young,  East  Wing,  reconstruction 


7, 000. On 


7,000.0 


ASIAN  ART  MUSEUM  OF  SAN  FRANCISCO 


No.  of  Projects 

Costs  of  Projects  (ad  valorem  -  sales  tax) 
CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

622.71.103        C        Install  footlighting  in  five  screen  display 

platforms 

622.73.102        B        Existing  passenger  elevator,  rehabilitate 

622.74.101  B        Freight  elevator,  new  construction 

622.74.102  C        Establish  development  program,  study  and 

plans 

622.72.101  B        Storage  areas,  modify  automatic  sprinkler 

system 

622.73.103  B        Jade  Room,  install  catwalk 

622.73.104  B        Mirror  Room  Gallery,  install  catwalk 

622.71.106        C        Construct  emergency  air  conditioned 

storeroom 

622.71.102  C       Alter  kitchen  area  to  provide  new  display 

case 

622.74.601        C        Install  quartz  iodide  roof  lighting  for 

security 


D-51 


1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 


5  2  1  1  3  12 

79.2  191.3  -  72.5  11.5  5.0  359.5 


12.8 


12.8 


35.0 
7.5 
10.0 

13.9 


175.0 


12.8 
3.5 


72.5 


35.0 
182.5 
10.0 

13.9 

12.8 
3.5 
72.5 


11.5 


11.5 


3.0 


3.0 


ASIAN  ART  MUSEUM  OF  SAN  FRANCISCO 

CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION 


622.74.602  C        Install  ampmeter  for  main  power  supply 

622.74.603  C        Install  voltmeter  for  main  power  supply 


D-52 


1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 

1.0  l.o 

1.0  1.0 


PUBLIC  LIBRARY 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


D-53 

SIX-YEAR 
TOTALS 


No.  of  Projects 
Costs  of  Projects 


Ad  valorem  -  sales  tax 


Proposed  bonds 


16.4  26,000.0 


16.4 


26,000.0 


26,016.4 
16.4 
26,000.0 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


631.73.102        B        45  Hyde  St.,  ground  floor,  install 

ventilation  system 


16.4 


16.4 


631.67.201 


Main  Library,  new  construction 


26, 000. On 


26,000.0 


RECREATION  AND  PARK  DEPARTMENT 


1974-75 


No.  of  Projects 


Costs  of  Projects 


Ad  valorem  -  sales  tax 


Revenue 


Other  Sources 


Proposed  bonds 


31 

33,426.7 
2,953.7 
201.0 
272.0 

30,000.0 


P.I.N. 


648.73.101 


648.71.103 


648.71.101 


CPC 
PRI, 


B 


A 


B 


PROJECT  DESCRIPTION 

Marina  Small  Craft  Harbor 

Reconstruct  berthing  facilities  ($127,984 
previously  appropriated)  ($150,000  Harbor 
Sinking  Fund) 

Construct  sanitary  facilities  to  meet 
State  water  quality  control  regulations 
and  City-State  harbor  loan  agreement 
($70.0  previously  appropriated) 

Rehabilitation  and  improvements  ($142.0 
previously  appropriated) 


ISO.Oo 


135.0 


119.0 


648.73.401 


C 


Reconstruct  or  replace  bay  side  of  harbor 
shoreline  walls 
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1975-76  1976-77  1977-78  19: 

(Costs  in  thousands  of  dollars) 


25 
5,213.6 
4,263.6 
190.0 
760.0 


14 
4,494.3 
3,055.3 
705.0 
734.0 


8 

3,674.0 
2,824.0 
350.0 
500.0 


8 

3,930.6 
2,680.6 
350.0 
900.0 


1979-80  SIX-YEAR 
TOTALS 


2 

3,285.6 
2,735.6 
50.0 
500.0 


88 

54,024.8 
18,512.8 
1,846.0 
3,666.0 
30,000.0 


120.0  120.0 


390.0 


135.0 


98.5 


217.5 


100.0  100.0  100.0  100.0  400.0 


RECREATION  AND  PARK  DEPARTMENT 


D-55 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 

(Costs  in  thousands  of  dollars)  TOTALS 


651.71.102  A 


651.70.105  A 


651.70.104  A 


651.67.102  A 


651.67.103 


651.70.110 


651.70.113 


651.74.101 


651.72.101  B 


651.74.102  A 


General  Division  -  Reconstruction  and 

Replacement 

Various  locations,  rehabilitate  buildings 
(recurring  budget  item) 

Various  locations,  rehabilitate  and  recon- 
struct children's  areas  and  playgrounds 
(recurring  budget  item) 

Various  locations,  reconstruct  irrigation 
systems  (recurring  budget  item) 

Various  locations,  resurface  courts  and 
play  areas  (recurring  budget  item) 

Various  locations,  resurface  walks,  paths, 
and  parking  areas  (recurring  budget  item) 

Various  locations,  rehabilitate  lighting 
systems   (recurring  budget  item) 

Various  locations,  reconstruct  and  replace 
fencing  (recurring  budget  item) 

Sharp  Park  Golf  Course,  replace  water 
mains  under  freeway 

Various  golf  courses,  resurface  parking 
areas  (recurring  budget  item)  ($8,000 
previously  appropriated) 

Great  Highway  parking  area,  slope 
protection 


90.0 


50.0 


90.0 


50.0 


50.0 


30.0 


25.0 


34.7 


30.0 


24.0 


90.0 


50.0 


90.0 


50.0 


50.0 


30.0 


25.0 


30.0 


25.0 


90.0 


50.0 


90.0 


50.0 


50.0 


30.0 


25.0 


90.0 


50.0 


90.0 


50.0 


50.0 


30.0 


25.0 


90.0 


50.0 


90.0 


50.0 


50.0 


30.0 


25.0 


90.0 


50.0 


90.0 


50.0 


50.0 


30.0 


25.0 


26.0 


27.0 


28.0 


30.0 


540.0 


300.0 


540.0 


300.0 


300.0 


180.0 


150.0 


34.7 


60.0 


160.0 


RECREATION  AND  PARK  DEPARTMENT 


D-56 


CPC                                                                                                    1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 

P.I.N.  PRI.  PROJECT  DESCRIPTION     (Costs  in  thousands  of  dollars)  TOTALS 


651.70.109 


651.74.103 


651.68.104* 

651.70.103 

651.70.117 
651.70.118 
651.70.119 
651.67.115 

651.67.201 

651.67.120 

651.70.202 


General  Division  -  Reconstruction  and 

Replacement  (Cont . ) 

A  Various  locations,  install  misc.  recon- 
struction and  minor  improvements 

A       Golden  Gate  Park,  Conservatory,  rehabili- 
tation and  improvement  (formerly  651.70.206 
and  207)    ($122,000  bequest  and  Centennial 
Fund) 

C        Phelan  Beach,  reconstruct  retaining  wall 
($4.8  previously  appropriated) 

C       Aquatic  Park  Bocci  Ball  Courts,  reconstruct 
shelter 

B        Precita  Park,  rehabilitation 

B        Bernal  Heights  Playground,  rehabilitation 

B        Duboce  Park,  rehabilitation  and  improvements 

B        Garfield  Square,  rehabilitation  ($25.5  pre- 
viously appropriated) 

B        Franklin  Square,  rehabilitation  ($2.5  pre- 
viously appropriated) 

B       Golden  Gate  Park,  rehabilitate  two  windmills 
($10.0  previously  appropriated)  (bequest) 

C  Golden  Gate  Park,  Metson  Lake  pipeline, 
replace  pipeline  from  water  reclamation 
plant  to  lake 


30.3 


162.0 
(40.0) 
(122.0o) 


70.0 


17.1 


185. Oo 


70.0 


70.0 


70.0 


70.0 


159. Oo 


30.0 


30.3 


162.0 


350.0 


17.1 


74.9 

74.9 

42.8 

42.8 

64.2 

64.2 

134.8 

134.8 

70.6 

70.6 

344, 


30, 


RECREATION  AND  PARK  DEPARTMENT 


D-57 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 

(Costs  in  thousands  of  dollars)  TOTALS 


651.70.108 

651.70.203 

651.67.114* 

651.67.118 

651.67.113 

651.67.116 
651.70.301* 

651.68.501 

651.70.402 
651.68.601 

651.67.202 

651.68.602 


General  Division  -  Reconstruction  and 

Replacement  (Cont.) 

C       Great  Highway  esplanade,  rehabilitate 
seawall 

C       Great  Highway  esplanade,  reconstruct  curb 
and  sidewalk 

C       Aquatic  Park,  Municipal  Pier,  lighting 

C        Jefferson  Square,  rehabilitation 

C        Huntington  Square,  replace  irrigation 
system;  rehabilitate  square 

C        Ina  Coolbrith  Park,  rehabilitation 

C       Aquatic  Park,  replace  skylights  to  locker 
rooms 

C       Golden  Gate  Park,  reconstruct  North  Mill 
reservoir  roof 

C       Noe  Valley  tennis  courts,  rehabilitate 

C       Golden  Gate  Park,  reconstruct  arboretum 
reservoir 

C        Lafayette  Square,  rehabilitation  ($6.0 
previously  appropriated) 

C       Golden  Gate  Park,  reconstruct  Elk  Glen 
Pumphouse 


16.3 

162.6 

119.8 
2.7 


124.1 
82.4 

41.7 
12.6 

113.4 


76.5 
144.5 

85.6 

11.8 


16.3 

162.6 

119.8 
126.8 
82.4 

41.7 
12.6 

113.4 

76.5 
144.5 

85.6 

11.8 


RECREATION  AND  PARK  DEPARTMENT 


D-58 


P.I.N, 


CPC 
PRI, 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


651.69.106 


General  Division  -  Reconstruction  and 

Replacement  (Cont.) 

Golden  Gate  Park,  Chain  of  Lakes, 
rehabilitation 


267.5 


267.5 


652.71.101  A 

652.74.101  A 

652.71.102  H 

652.71.103  H 

652.71.201  H 

652.71.202  H 

652.71.302  H 

652.71.401  H 

652.71.501  H 


Zoological  Gardens 

Various  facilities,  rehabilitation  (recur- 
ring budget  item) 

Zoo  improvement  plan,  preparation 
Service  building,  remodel 
Lion  House,  remodel 

Pachyderm  Building,  remodel  into  tropical 
animal  house 

Moats  for  hoofed  animals,  construct 
(Zoological  Society) 

Administration  Building,  construct 

Australian  Scene,  construct  moated  paddocks 

Burrowing  and  nocturnal  animal  exhibits, 
construct  ($400.0  Zoological  Society) 

THE  CITY  PLANNING  COMMISSION  WITHHOLDS 
EVALUATION  OF  PROJECTS  652.71.102, 
103,   201,   202,   302,   401  AND  501  UNTIL 
IMPROVEMENT  PLAN  IS  COMPLETED. 


50. Or 


35. Or 


50. Or 


50. Or 


28. Or 


10.  Or 


2. Or 


75.0o 


105. Or 


200. Or 


75.0o 


300. Or 


300. Or 


700.0 
(300. Or) 
(400. Oo) 


150.0 

35.0 
28.0 
115.0 
202.0 

150.0 

300.0 
300.0 
700.0 


RECREATION  AND  PARK  DEPARTMENT 


CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION 


656.73.106 


Candlestick  Park 

653.73.101        A        Parking  lot,  repaving  (recurring  budget  66. Or 

item) 

653.74.101        A        Various  capital  improvements  50. Or 

General  Division  -  Capital  Improvements 

656.71.101       A        Hunters  Point  Redevelopment  Project,  recre-  1,447.7 

ation  and  park  facilities  ($1,549,688  pre- 
viously appropriated) 

656.69.105  A       Various  locations,  athletic  field  flood-  90.0 

lighting 

656.69.106  B        Lincoln  Park  Golf  Course,  irrigation  system  96.0 

extension,  Phase  III 

656.67.505        A       Golden  Gate  Park,  rehabilitate  Strawberry  145.0 

Hill,  Huntington  Falls  and  Stow  Lake 

656.68.301       B        Stanford  Heights  Reservoir,  construct  play-  97.0 

courts  on  roof  slab 

656.68.104        B        Golden  Gate  Park,  construct  new  Conservatory  32.0 

growing  house 

A       Golden  Gate  Park,  develop  master  plan  50.0 


656.69.101        A        Various  locations,  fencing 

656.73.101        C        Golden  Gate  Park,  Music  Concourse,  improve- 
ments 


25.0 
130.0 


D-59 


1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 

50. Or             50. Or             50. Or            50. Or            50. Or  316.0 

50. Or  100.0 


577.0 


577.0 


2,601.7 


100.0 


120.0 


120.0 


120.0 


150.0 


700.0 


96.0 


520.0 


665.0 


137.8 


234.8 


345.0 


377.0 


25.0 
330.0 


50.0 
50.0 
460.0 


RECREATION  AND  PARK  DEPARTMENT 


CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION 


General  Division  -  Capital  Improvements  (Cont.) 

656.73.103  A        Park  Improvement  Bond  30, 000. On 

656.74.201  B       Golden  Gate  Park,  Strybing  Arboretum, 

Pinetum,  further  development 

656.74.202  H        Josephine  Randall  Museum,  develop  environ- 

ment center 

656.74.203*      B        Ocean  Beach,  shoreline  rehabilitation  and 

improvement   ($2,500.0  federal  grant) 

656.67.105        B       Allyne  property,  park  development 

656.67.113        C        Harding  Park,  automatic  irrigation  system 

656.67.509*      B        Fort  Funston  property,  Phase  I  develop- 
ment study 

656.67.127*      B        Fort  Miley  property,  site  improvements 

656.72.102        C        Harding  Park -Fleming  Golf  Course,  con- 
struct new  convenience  station  and  sewer 

656.70.104  B        Golden  Gate  Park,  water  reclamation  plant, 

construct  sanitation  facility 

656.68.107        B        Golden  Gate  Park,  provide  maintenance 

yard  equipment  shelter 

656.71.102        C        Lake  Merced,  park  development 

656.67.109        C        Fleishhacker  Playfield,  playground  improve- 

ments 


D-60 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

30,000.0 

70.0  70.0 

197.5  197.5 

1,000.0  1,000.0  1,000.0  1,000.0  1,000.0  5,000.0 

(500.0)  (500.0)  (500.0)  (500.0)  (500.0) 

(500. Oo)         (500. 0o)  (500. Oo)         (500. Oo)         (500. Oo) 

56.0  56'° 

52.4  200.0  200.0  200.0  200.0  852.4 

7.5  7'5 

11.8  U'8 

53.5  53'5 

16.1 
7.5 


100.0 
32.1 


100.0  100.0  100.0 


400.0 
32.1 


RECREATION  AND  PARK  DEPARTMENT 


CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION 


General  Division  -  Capital  Improvements  (Cont . ) 

656.74.301*      C        Lincoln  Park,  improve  trails,  construct 

overlook  and  provide  parking  improvements 

656.68.501        H        Fleishhacker  Pool,  cover  for  transformer 

656.70.106*      C        Lands  End,  develop  observation  and  trail 

area 

656.67.120        C        McKinley  Square,  development 

656.68.110        C        Palace  of  Fine  Arts,  landscaping  and 

lighting 

656.69.109        C        Golden  Gate  Park,  convenience  station 

(45th  Ave.  and  Lincoln  Way) 

656.74.401*      C       Aquatic  Park,  rehabilitation  and  improve- 
ment 

656.71.401        C        John  McLaren  Park,  construct  domestic 

water  supply  system 

656.67.506        C        Bernal  Hill,  develop  park 

656.69.113        C        Golden  Gate  Park,  tennis  courts,  lighting 

656.69.117*     C        Sutro  Heights  Park,  rehabilitation 


Camp  Mather 

659.70.101       A        Camp  Mather,  various  buildings,  rehabili- 
tation (recurring  budget  item) 


40.0 


D-61 

1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 

200.0  200.0 

7.0  7.0 

78.1  78.1 

4.8                80.9  85.7 

535.0  535.0 

41.9  41.9 

250.0              250.0              750.0  1,250.0 

171.2  171-2 

130.5  130.5 

85.6  85.6 

325.0  325.0 

an.O                40.0                40.0                40.0                40.0  240.0 


RECREATION  AND  PARK  DEPARTMENT 


D-62 


P.I.N. 


CPC 
PRI 


PROJECT  DESCRIPTION 


1974-75          1975-76  1976-77  1977-78  1978-79 
  (Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
TOTALS 


659.67.104  B 


659.70.102  B 


659.67.105  B 


659.67.102 


659.67.101 


Camp  Mather  (Cont.) 

Camp  Mather,  replace  dormitory,  study 
and  plans 

Camp  Mather,  swimming  pool,  rehabilitation 

Camp  Mather,  replace  six  cabins 

Camp  Mather,  pave  roads  and  parking  area 

Camp  Mather,  recreation  pavilion,  construction 


3.0 


18.2 
44.0 
21.4 


44.0 


48.2 


3.0 

18.2 
88.0 
21.4 
48.2 


*If  the  properties  owned  by  the  City  and  County  of  San  Francisco 
are  transferred  to  the  National  Park  Service  for  inclusion  in 
the  Golden  Gate  National  Recreation  Area,  it  is  not  expected 
that  local  funds  will  be  utilized  for  these  projects. 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


1974-75 


Major  Thoroughfares  and  Street  Improvements 

No.  of  Projects  ^.l 
Costs  of  Projects  716.6 
(Gas  Taxes  and  Road  Funds) 


PROJECTS  INVOLVING  THE  ACQUISITION  OF  LAND  FOR 
RIGHTS-OF-WAY,  BUILDINGS,   STRUCTURES,  OR  FOR  OTHER 
PUBLIC  IMPROVEMENTS  ARE  SUBJECT  TO  FURTHER  REVIEW 
BY  THE  CITY  PLANNING  COMMISSION. 

ANY  PROJECT  INVOLVING  CHANGE  IN  SIDEWALK  WIDTHS 
IS  ALSO  SUBJECT  TO  FURTHER  REVIEW  UNLESS  THE  CITY 
PLANNING  COMMISSION  HAS  ALREADY  APPROVED  THE  PRO- 
POSAL IN  A  REFERRAL  ACTION. 


SCHEMATIC  DRAWINGS  AND  PRELIMINARY  PLANS  FOR  PROJECTS 
INVOLVING  THE  EXPANSION  OR  EXTENSION  OF  RIGHTS-OF-WAY, 
OR  INVOLVING  NEW  STRUCTURES,  BUILDINGS  OR  MAJOR  ADDI- 
TIONS THERETO,  ARE  SUBJECT  TO  REVIEW  BY  THE  CITY 
PLANNING  COMMISSION. 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

670.68.101        A        Various  street  and  highway  projects,  20. Og 

Select  System,  preliminary  engineering 
and  administrative  activities  (recurring 
budget  item) 


D-63 


1975-76  1976-77  1977-78  19' 

(Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
  TOTALS 


3  1 
1,421.0  2,758.8 


7,139.2  13,092.7 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


CPC  1974-75 
P.I.N.  PRI.   PROJECT  DESCRIPTION 


Major  Thoroughfares  and  Street 
Improvements  (Cont.) 

670.68.102  A       Various  county  road  projects,  preliminary  20.0s 

engineering  and  administrative  activities 
(recurring  budget  item) 

670.68.103  A        Various  street  improvements,  City  aid  as  229.0g 

supplement  to  assessment  procedures  (re- 
curring budget  item) 

670.68.104  A       Various  locations,  construct  curbs  and  130. Og 

pavements  in  front  of  public  property 
(recurring  budget  item) 

670.68.105  A        Various  locations,  reset  curbs  and  con-  31. 9g 

struct  conform  pavements  (recurring  budget 
item) 

670.68.211        A        Grand  View  Ave.,  bet.  24th  and  Clipper  Sts.,  79. Og 

narrow  sidewalks  from  22  ft.  to  16  ft.  and 
from  15  ft.  to  9  ft.  (R67.60) 

670.74.101        C        Bepler  St.,  bet.  county  line  and  90  feet  14. Og 

northerly,  land  acquisition  and  street 
improvement 

670.70.118        B        Milton  St.,  bet.  San  Jose  Ave.  and  Bosworth  40. 8g 

St.,  narrow  sidewalk  on  west  side  (R69.38) 

670.71.201       A        Precita  Ave.  sidewalk  narrowing  between  62. 9g 

Mission  and  Coso  Sts.  from  15  ft.  to  12  ft. 
(R70.59) 

IT  IS  RECOMMENDED  THAT  STREET  TREES  BE 
PLANTED  IN  CONJUNCTION  WITH  THE  SIDEWALK 
NARROWING  WORK  IN  PROJECT  670.71.201. 


D-64 


1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 


20.0s  20.0s  20.0s  20.0s  20.0s  120.0 


162. Og  162. Og  162. Og  162. Og  162. Og  1,039.0 


100. Og  100. Og  100. Og  100. Og  100. Og  630.0 


33. Og  33. Og  33. Og  33. Og  33. Og  196.9 


79.0 


14.0 


40.8 


62.9 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


D-65 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80 


SIX -YEAR 
TOTALS 


670. 73.108 


670.74.102 


670.74.103 


670.71.116 


670.70.115 
(ptn) 


670.71.105 


Major  Thoroughfares  and  Street 
Improvements  (Cont.) 

B        Edna  St.,  bet.  Monterey  Blvd.  and  Hearst 
Ave.,  narrow  both  sidewalks  from  17.5'  to 
13 ' .     The  roadway  would  be  increased  from 
24.75'  to  33.75'  (R72.14) 

B       Willow  St.,  bet.  Van  Ness  Ave.  and  Polk 

St.,  narrow  sidewalks  from  7  ft.  to  3.5  ft. 
(R72.21) 

H       Downtown  area,  narrow  sidewalks  in  various 
alleys  to  provide  additional  parking  spaces 

A  FEASIBILITY  STUDY  WOULD  BE  APPROPRIATE 
IN  1974-75  WITH  A  GENERAL  PRIORITY  RATING 
OF  B    (DESIRABLE) . 

C        Page  St.,  bet.  Franklin  and  Gough  Sts., 

narrow  sidewalk  on  north  side  from  15  ft. 
to  10  ft.   (R66.4)    ($20.0  previously  appro- 
priated)   (Replaces  Project  672.71.106) 


H 


670.70.112  B 


McAllister  St.,  bet.  Van  Ness  Ave.  and 
Gough  St.,  narrow  sidewalks  from  12  ft.  to 
10  ft. 

Maritime  Parkway,  bet.  Broadway  and  North 
point  St.,  construct  4-lane  divided  roadway 
along  the  western  side  of  The  Embarcadero, 
and  landscape  median  islands,  (study) 

Key  Ave.  extension  to  Bay view  Park  Road 
($16.0  previously  appropriated  for  land) 


46. 0g 


43. Og 


145. Og 


125. Og 


44. 6e 


62. 5e 


10.  Oe 


10.  Oe 


296. 5e 


46.0 


43.0 


270.0 


44.6 


62.5 


10.0 


306.5 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 

CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION   

Major  Thoroughfares  and  Street 
Improvements  (Cont.) 

670.68.209        D       Larkin  St.,  bet.  California  and  Union  Sts., 

narrow  sidewalks  from  15  ft.  to  11  ft. 
(See  Project  672.68.502  for  installing 
traffic  signals.) 

PROJECT  670.68.209  IS  NOT  IN  CONFORMITY 
WITH  OBJECTIVE  ONE  AND  POLICY  ONE  OF 
THE  THOROUGHFARE  PLAN  SECTION  OF  THE 
MASTER  PLAN. 

670.68.206        H       Laguna  Honda  Blvd.  widening,  bet.  7th  and 

Woodside  Aves.  and  widening  a  portion  of 
7th  Ave.,  construct  4-  to  6-lane  divided 
roadway  ($267.0  previously  appropriated) 

670.69.102        B        Portola  Drive  at  O'Shaughnessy  Blvd.,  con- 
struct 4-lane  underpass  to  serve  Portola 
Dr.  traffic  ($20.0  previously  appropriated) 

670.70.117        B       Laguna  St.,  bet.  Bay  and  Beach  Sts.,  narrow 

sidewalks  (R70.19) 

670.69.601        C        Stanyan  St.,  bet.  McAllister  and  Turk  Sts., 

widen  right-of-way  from  68  ft.  9  in.  to 
88  ft. 

670.68.501        H       Webster  St.  widening,  bet.  Post  and 

(ptn)  California  Sts.,  construct  4-lane  divided 

roadway 

THAT  PORTION  OF  PROJECT  670.68.501  LYING 
BETWEEN  BUSH  AND  CALIFORNIA  STREETS  NORTH 
OF  REDEVELOPMENT  PROJECT  AREA  A-2  SHOULD 
BE  HELD  IN  ABEYANCE. 


D-66 


1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 


26. Oe  303. Oe  329.0 


l,050.0e        2,080.8e  3,130.8 


40. Oe        5,972.0e  6,012.0 


89. 7e  89.7 


123. Oe  123.0 


323. Oe  323.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


Pavement  Reconstruction 
No.  of  Projects 
Costs  of  Projects 

(Gas  Taxes  and  Road  Funds) 


ANY  PROJECT  INVOLVING  THE  ACQUISITION  OF  LAND  FOR 
RIGHTS-OF-WAY,   STRUCTURES,  OR  FOR  OTHER  PUBLIC 
IMPROVEMENTS  IS  SUBJECT  TO  FURTHER  REVIEW  BY  THE 
CITY  PLANNING  COMMISSION. 

ANY  PROJECT  INVOLVING  CHANGE  IN  SIDEWALK  WIDTHS 
IS  ALSO  SUBJECT  TO  FURTHER  REVIEW  UNLESS  THE  CITY 
PLANNING  COMMISSION  HAS  ALREADY  APPROVED  THE  PRO- 
POSAL IN  A  REFERRAL  ACTION. 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

Pavement  Reconstruction 

671.74.101  A        Lane  St.,  from  Evans  Ave.  to  southerly 

terminus   (India  Basin  Redevelopment  Project) 

671.69.109        B        Various  locations,  resurface  street  areas 

in  Select  System  ($1,265.0  previously 
appropriated) 

671.74.102  B        Norfolk  St.,  bet.  Folsom  and  Harrison  Sts., 

reconstruction 


1974-75 


1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


D-67 


1979-80  SIX-YEAR 
  TOTALS 


38  20  16 

1,646.5  2,592.7  2,595.1 


21. 5g 


l,000.0e  750. Oe 


74 
6,834.3 


21.5 


1,750.0 


43.  7g 


43.7 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 
CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


Pavement  Reconstruction  (Cont.) 

671.74.103  A        Crescent  Ave.,  bet.  Folsom  and  Banks  Sts. 

reconstruction 

671.74.104  B        San  Carlos  St.,  bet.  20th  and  21st  Sts., 

reconstruction 

671.73.313  A        Clay  St.,  bet.  Franklin  and  Gough  Sts., 

reconstruction 

671.74.105  B        12th  St.,  bet.  Folsom  and  Harrison  Sts., 

reconstruction 

671.74.106  A        Divisadero  St.,  bet.  Pacific  Ave.  and 

Washington  St.,  reconstruction 

671.74.107  B        Broadway  bet.  Leavenworth  and  Jones  Sts., 

reconstruction 

671.74.108  B        Jarboe  Ave.,  bet.  Folsom  and  Gates  Sts., 

reconstruction 

671.74.109  B        Pine  St.,  bet.  Sansome  and  Montgomery  Sts 

reconstruction 

671.74.110  B        Buchanan  St.,  bet.  Grove  and  Hayes  Sts., 

reconstruction 

671.73.314  B        Anderson  St.,  bet.  Powhattan  and  Eugenia 

Aves.,  reconstruction 

671.68.301        A        Church  St.,  bet.  17th  and  18th  and  21st 

and  30th  Sts.,  reconstruction 


(Continued  next  page) 


D-68 

1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 

22'0e  22.0 

44. 0g  44>0 

56. 3e  56.3 

87. 3g  87.3 

93. Oe  93.0 

76. le  76.1 

18. 8g  18.8 

62. 5e  62-5 

43. 6g  43'6 

35. 3g  35,3 

a  400.4 
400. 4e 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


D-69 


P.I.N, 


CPC 
PRI, 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
TOTALS 


671.68.301 


Pavement  Reconstruction  (Cont.) 
(Cont . ) 

PAVEMENT  RECONSTRUCTION  ALONG  CHURCH 
STREET  SHOULD  BE  COORDINATED  WITH  THE 
PROPOSED  REPLACEMENT  OF  EXISTING  STREET- 
CAR TRACKS  ALONG  THIS  STREET. 


671.74.111  B        Jones  St.,  bet.  Bay  and  North  Point  Sts., 

reconstruction 

671.74.112  B        Henry  St.,  bet.  Castro  and  Noe  Sts., 

reconstruction 

671.73.308        B        22nd  St.,  bet.  DeHaro  and  Rhode  Island  Sts., 

reconstruction 

671.74.113  B        Castro  St.,  bet.  28th  and  Valley  Sts., 

reconstruction 

671.73.306        B        27th  St.,  bet.  Noe  and  Sanchez  Sts., 

reconstruction 

671,73.315        B        23rd  St.,  bet.  Hoffman  and  Grand  View 

Aves.,  reconstruction 


671.73.317  B 


Italy  St.,  bet.  Mission  and  London  Sts., 
reconstruction 


671.73.318        B        France  St.,  bet.  Mission  and  London  Sts., 

reconstruction 


671.70.401  B 


Filbert  St.,  bet.  Kearny  St.  and  Grant  Ave., 
reconstruction 


44.  Og 
58. 6g 
32. 6g 
38. 3g 
60. 8g 
49.  Og 
27.  lg 
27. lg 
56. 9g 


44.0 


58.6 


32.6 


38.3 


60.8 


49.0 


27.1 


27.1 


56.9 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


P.I.N, 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


671.74.114  B 


671.74.115  B 


Pavement  Reconstruction  (Cont.) 

15th  St.,  bet.  San  Bruno  Ave.  and  Vermont 
St.,  reconstruction 

25th  St.,  bet.  Rhode  Island  and  DeHaro  Sts., 
reconstruction 


671.73.304       A       Sacramento  St.,  bet.  Powell  and  Mason  Sts., 

reconstruction 

671.74.116       A       Clay  St.,  bet.  Kearny  and  Montgomery  Sts., 

reconstruction 


671.74.117  B 


671.73.305  B 


671.74.118  B 


671.71.111  B 


671.71.112  B 


671.69.401  B 


671.70.203  B 


Divisadero  St.,  bet.  Waller  St.  and  Duboce 
Ave.,  reconstruction 

Douglass  St.,  bet.  Clipper  and  25th  Sts., 
reconstruction 

Fell  St.,  bet.  Laguna  and  Octavia  Sts., 
reconstruction 

Merlin  St.,  from  Harrison  St.  to  southerly 
terminus ,  reconstruction 

Morris  St.,  bet.  Harrison  and  Bryant  Sts., 
reconstruction 

Lombard  St.,  bet.  Taylor  and  Jones  Sts., 
reconstruction 

Chilton  Ave.,  bet.  Bosworth  St.  and  southerly 
terminus ,  reconstruction 


28. 3g 
23. 8e 
60. 9e 
61. 4e 
55.  Oe 
40. 4g 
77. Oe 
51. Og 
60. 8g 
55. 3g 
40. 9g 


D-70 

1979-80  SIX-YEAR 
  TOTALS 


28.3 


23.8 


60.9 


61.4 


55.0 


40.4 


77.0 


51.0 


60.8 


55.3 


40.9 


DEPARTMENT  OP  PUBLIC  WORKS  -  Trafficways 
CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION  

Pavement  Reconstruction  (Cont.) 

671.73.310  B        Dublin  St.,  bet.  Russia  St.  and  southerly 

terminus,  reconstruction 

671.73.319  B        Congdon  St.,  bet.  Maynard  St.  and  Silver 

Ave.,  reconstruction 

671.70.403        B        Taylor  St.,  bet.  Broadway  and  Vallejo  St., 

reconstruction 

671.73.311  B        Jones  St.,  bet.  Union  and  Filbert  Sts., 

reconstruction 

671.74.201  C        Powell  St.,  bet.  Post  and  Sutter  Sts., 

reconstruction 

671.74.202  C       Taylor  St.,  bet.  Columbus  Ave.  and  Francisco 

St . ,  reconstruction 

671.73.320  C        22nd  St.,  bet.  Castro  and  Diamond  Sts., 

reconstruction 

671.74.203  C        Mason  St.,  bet.  Pacific  Ave.  and  Jackson  St., 

reconstruction 

671.74.204  C        Mason  St.,  bet.  Vallejo  and  Green  Sts., 

reconstruction 

671.74.205  C       Filbert  St.,  bet.  Broderick  and  Lyon  Sts., 

reconstruction 

671.74.206  C        Divisadero  St.,  bet.  Broadway  and  Vallejo 

St.,  reconstruction 


D-71 


374-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)    TOTALS 


54. 2g  54.2 

26. 7g  26.7 

42. 6g  42.6 

45. 6g  45.6 

31. Og  31.0 

32. 4e  32 • 4 

32. 4g  32'4 
31. 4g 
33. 8g 
110. 5g 


31.4 


33.8 


110.5 


56. 5e 


56.5 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 

CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION 


Pavement  Reconstruction  (Cont.) 

671.74.207  C       Florida  St.,  bet.  16th  and  Mariposa  Sts., 

reconstruction 

671.74.208  C        Powell  St.,  bet.  O'Farrell  and  Geary  Sts., 

reconstruction 

671.74.209  C        First  St.,  bet.  Brannan  St.  and  The 

Embarcadero,  reconstruction 

671.74.210  C       Minna  St.,  bet.  6th  and  7th  Sts.,  recon- 

struction 

671.74.211  C        Moss  St.,  bet-  Folsom  and  Howard  Sts., 

reconstruction 

671.74.212  C       Filbert  St.,  bet.  Larkin  St.  and  Van  Ness 

Ave . ,  reconstruction 

671.74.213  C       Webster  St.,  bet.  Oak  and  Page  Sts., 

reconstruction 

671.74.214  C        Page  St.,  bet.  Scott  and  Divisadero  Sts., 

reconstruction 

671.74.215  C        Alameda  St.,  bet.  San  Bruno  Ave.  and  Vermont 

St.,  reconstruction 

671.74.216  C        Head  St.,  bet.  Randolph  and  Shields  Sts., 

reconstruction 

671.74.217  C        Vernon  St.,  bet.  Randolph  and  Sargent  Sts., 

reconstruction 


D-72 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 

113. 9g  113.9 

31. 3g  31.3 

86. 7g  86.7 

69. 9g  69.9 

74. 3g  74.3 

120. 2g  120.2 

54. 9e  54'9 

62. 9e  62-9 

38. 9g  38,9 

108. Ig  108 -1 

60.0g  60'° 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 
CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


Pavement  Reconstruction  (Cont.) 

671.74.218        C       Minna  St.,  bet.  2nd  and  3rd  Sts., 

reconstruction 

671.68.109        C        Pacific  Ave.,  bet.  Lyon  St.  and  Presidio 

Ave . ,  reconstruction 

671.74.301  C        First  St.,  bet.  Bryant  and  Brannan  Sts., 

reconstruction 

671.74.302  C        Stevenson  St.,  bet.  5th  and  6th  Sts., 

reconstruction 

671.74.303  C       Berry  St.,  bet.  3rd  and  7th  Sts.,  recon- 

struction 

671.69.404        C        California  St.,  bet.  Hyde  and  Jones  Sts. 

reconstruction 

671.74.304  C       Gilbert  St.,  bet.  Bryant  and  Brannan  Sts 

reconstruction 

671.74.305  C        Stevenson  St.,  bet.  1st  and  2nd  Sts., 

reconstruction 

671.74.306  C        Natoma  St.,  bet.  Fremont  and  1st  Sts., 

reconstruction 

671.74.307  C        Minna  St.,  bet.  8th  and  9th  Sts.,  recon- 

struction 

671.68.210        C        North  Point  St.,  bet.  Columbus  Ave.  and 

The  Embarcadero,  reconstruction  (R69.16) 


D-73 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)    TOTALS 

116 -39  116.3 

49. 6g  49 >6 

119. Og  H9.0 

69. 9g  69.9 

293. 9e  293.9 

126. 4e  126.4 

58. 3g  58.3 

83. 5g  83.5 

31. 4g  3]. 4 

46. 9g  46-9 

527. 7g  527.7 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 
CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION  

Pavement  Reconstruction  (Cont.) 

671.70.402        C       Broderick  St.,  bet.  Jackson  St.  and  Pacific 

Ave . ,  reconstruction 

671.72.204        C        Arch  St.,  bet.  Shield  and  Garfield  Sts., 

reconstruction 

671.70.303        C        Wetmore  St.,  bet.  Clay  and  Washington  Sts., 

reconstruction 

671.72.108        C        20th  St.,  bet.  Church  and  Sanchez  Sts., 

reconstruction 

671.68.114        C        Cherry  St.,  bet.  Sacramento  and  Clay  Sts., 

reconstruct  low  curb  and  gutter 

671.73.303        C       Quintara  St.,  bet.  15th  and  16th  Aves., 

reconstruction 

671.70.106        C       Los  Palmos  Dr.,  bet.  Stanford  Heights  Ave. 

and  Foerster  St.,  reconstruction  (includes 
671.68.119) 


D-74 

1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

38. 7g  38.7 

68. Og  68.0 

26 . 7g  26 . 7 

62. 8g  62.8 

35. 8g  35.8 

38. 5g  38.5 

19. Og  19.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Traffi 


1974-75 


Traffic  Signals  &  Channelization 
No.  of  Projects 
Costs  of  Projects 

Gas  Taxes  and  Road  Funds 

Other  Sources 


PROJECTS  INVOLVING  THE  ACQUISITION  OF  LAND  FOR 
RIGHTS-OF-WAY,  STRUCTURES,  OR  FOR  OTHER  PUBLIC 
IMPROVEMENTS  ARE  SUBJECT  TO  FURTHER  REVIEW  BY 
THE  CITY  PLANNING  COMMISSION. 

SCHEMATIC  DRAWINGS  AND  PRELIMINARY  PLANS  FOR 
PROJECTS  INVOLVING  MAJOR  NEW  STRUCTURES  ARE  ALSO 
SUBJECT  TO  REVIEW  BY  THE  CITY  PLANNING  COMMISSION. 

ANY  PROJECT  INVOLVING  CHANGE  IN  SIDEWALK  WIDTHS 
IS  ALSO  SUBJECT  TO  FURTHER  REVIEW  UNLESS  THE 
CITY  PLANNING  COMMISSION  HAS  ALREADY  APPROVED 
THE  PROPOSAL  IN  A  REFERRAL  ACTION. 


17 
1,715.0 
1,353.0 
362.0 


D-75 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 


4  3 

1,205.5  1,344.2 

1,193.5  1,332.2 
12.0  12.0 


1,875.6  564.3 
1,875.6  564.3 


24 

2,527.4  9,232.0 
2,527.4  8,846.0 
386.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 
CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


Traffic  Signals  &  Channelization 

672.70.104  A       School  crossings,  install  signals  at 

various  locations  (recurring  budget  item) 

672.70.103        B        Various  intersections,  modify  and  recon- 
struct traffic  control  devices  (recurring 
budget  item) 

672.74.101       A       Transit  preferential  streets  program, 

installation  of  signs,  overhead  lane 
signals  or  exclusive  rights-of-way 

672.72.105  A       Various  neighborhood  shopping  districts, 

beautif ication  and  improvements 

672.71.101  A       Various  locations,  install  traffic  signals 

and  channelization  at  intersections  pre- 
senting safety  problems  ($495.0  previously 
appropriated ) 

672.74.102  B        19th  Ave.,  bet.  Rossmoor  Dr.  and  Junipero 

Serra  Blvd.,  pedestrian,  transit  and 
vehicular  movements  study 

PROJECT  672.74.102  SHOULD  BE  COORDI- 
NATED WITH  POLICIES  OF  THE  TRANSIT 
IMPROVEMENT  PROGRAM. 

672.72.101       A       Neighborhood  Protected  Residential  Area 

Program  (See  Project  423.73.108) 

672.74.103  H       Great  Highway,  construct  two  pedestrian 

underpasses 


(Continued  next  page) 


D-76 


1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 


22. Og  22. Og  22. Og  22. Og  22. Og  22. Og  132.0 

20. Og  22. Og  24. 2g  26. 6g  29. 3g  32. 2g  154.3 

100. Og  100. Og  100. Og  100. Og  100. Og  100. Og  600.0 

155. Og  155.0 

165. Og  165. Og  165. Og  495.0 


15.  Oe 


15.0 


200. Og  200. Og  200. Og  20C.0g  200. Og  200. Og  1,200.0 

500.0 

500.0 
(150. Og) 
(350. Oo) 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


D-77 


P.I.N. 


672.74.103 


672.70.101 


672.74.104 


672.70.102 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75          1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


B 


B 


Traffic  Signals  &  Channelization  (Cont.) 
(Cont. ) 

APPROVAL  CONDITIONAL  UPON  REVIEW  IN 
ACCORDANCE  WITH  MASTER  PLAN  CONCEPT  FOR 
GREAT  HIGHWAY,  AS  ADOPTED  BY  PARK  AND 
RECREATION  COMMISSION  AND  CITY  PLANNING 
COMMISSION  AND  ENDORSED  BY  POLICE,  FIRE, 
AND  SAFETY  COMMITTEE  OF  THE  BOARD  OF 
SUPERVISORS.     HOLD  UNTIL  RESULTS  OF  STUDY 
(FUNDED  72-73)  ARE  MADE  AVAILABLE  AND  ARE 
IN  COMPLIANCE  WITH  AFOREMENTIONED  CONCEPT. 

Various  intersections,  install  signals  and 
channelization  (recurring  budget  item) 

Bicycle  lane  program 


672.74.105  B        Cross  Over  Dr.,  undergrounding  study  (See 

673.74.101) 

672.73.101        A        Downtown  traffic  signal  installations,  various 

locations 

672.74.106  B       New  shoreline  recreation  area  and  Candlestick 

Park,  access  study 


Various  intersections,  modify  signals  (recur- 
ring budget  item) 


lll.Og 


37.0 
(25. Og) 
(12. Oo) 

20. Oe 


110. Og 
10.  Og 
75.  Og 


lll.Og 


37.0 
(25. Og) 
(12. Oo) 


110. Og 


75.  Og 


120. Og 


37.0 
(25. Og) 
(12 .0o) 


110. Og 


80. Og 


122. Og 


127. Og 


133. Og 


80.  Og 


86.  Og 


90.  Og 


SIX-YEAR 
TOTALS 


724.0 


111.0 


20.0 


330.0 


10.0 


486.0 


DEPARTMENT  OP  PUBLIC  WORKS  -  Trafficways 


P.I.N. 


672.68.109 


672.74.107 


672.73.105 


672.70.107 


672.68.203 


CPC 
PRI, 


PROJECT  DESCRI PTION 


1974-75          1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


B 


B 


B 


Traffic  Signals  &  Channelization  (Cont.) 

Northern  Waterfront  traffic  corridor,  bet. 
Bay  and  Jefferson  Sts.,  install  signals  at 
various  intersections 

Note;     Project  672.68.109  will  be 
coordinated  with  the  circulation 
section  of  the  Northern  Waterfront 
development  plan. 

Study  of  alternative  treatments  of  major 
street  system  in  the  Richmond  District 

PROJECT  672.74.107  SHOULD  BE  COORDINATED 
WITH  THE  PROTECTED  RESIDENTIAL  STREET 
PROGRAM  DESCRIBED  IN  PROJECTS  672.72.101 
AND  423.74.104. 

Parnassus  Ave.,  bet.  Hillway  and  4th  Ave., 
install  traffic  signals  and  channelization 

Various  locations,  install  traffic  signal 
pre-empt  controls  near  firehouses  ($17.8 
previously  appropriated) 

Third  St.  bet.  16th  St.  and  Jamestown  Ave., 
install  center  island  signals  and  replace 
obsolete  signal  wiring 

THE  DEPARTMENT  OF  PUBLIC  WORKS  SHOULD 
INVESTIGATE  OTHER  METHODS  OF  CONTROLLING 
THE  EXISTING  TRUCK  TRAFFIC  ALONG  THIRD 
STREET. 


120. Og 


120. Og 


120. Og 


D-78 

1979-80  SIX-YEAR 
TOTALS 


360.0 


10.  Og 


45.  Oe 


33.  Og 


108. Oe 


10.0 


45.0 


33.0 


108.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 
CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


Traffic  Signals  &  Channelization  (Cont.) 

672.70.201        H       Various  streets,  parallel  to  James  Lick 

Freeway,  installation  of  special  traffic 
control  devices  for  diverting  freeway 
traffic  to  City  streets  in  emergencies 

672.73.106        H       Geary  Blvd.  at  8th  Ave.,  construct  pedes- 
trian overpass 

THE  DEPARTMENT  OF  PUBLIC  WORKS  SHOULD 
INVESTIGATE  ALTERNATE  SOLUTIONS  TO 
PROJECT  672.73.106. 

672.68.502        H        Larkin  St.,  bet.  California  and  Union  Sts. 

install  signals  following  the  sidewalk 
narrowing  proposed  in  Project  670.68.209 

672.69.601        H       Grade  separation,  Mission  St.  and  South 

Van  Ness  Ave.,  construct  vehicular  under- 
pass for  left-turn  movement  from  Mission 
St.  to  South  Van  Ness  Ave. 

672.68.601        H       Grade  separation,  Masonic  Ave.  and  Turk 

St.,  construct  underpass  for  Masonic  Ave. 
traffic 


D-79 


1974-75          1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 

____   (Costs  in  thousands  of  dollars)  TOTALS 


97. 5g 


5.0e 


151. Oe 


97.5 


156.0 


190. Oe 


15. Oe  135. Oe 


10. Oe  l,190.0e 


190.0 


1,950. 2e  2,100.2 


1,200.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Traf ficways 


D-80 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


SIX-YEAR 
TOTALS 


Street  Lighting 

No.  of  Projects 
Costs  of  Projects 


Gas  Taxes  and  Road  Funds 
Approved  Bond 
Other  Sources 


1,510.0 


82.1 


1,329.6 


90.3 


1,537.2 


40.0 


1,497.2 


1,281.3 


40.0 


1,241.3 


40.0 
40.0 


40.0 
40.0 


40.0 


40.0 


4,448.5 
282.1 
4,068.1 
98.3 


DESIGN  OF  NEW  LIGHTING  FIXTURES  SHOULD  BE  COORDINATED 
WITH  THE  DEPARTMENT  OF  CITY  PLANNING  FOR  ADHERENCE  TO 
THE  POLICY  GUIDELINES  OF  THE  APPROVED  URBAN  DESIGN  PLAN. 


P.I.N. 


673.74.101 


CPC 
PRI. 


PROJECT  DESCRIPTION 


A       Cross  Over  Drive,  Park  Presidio  Bypass, 
improvement  of  roadway  lighting 


140.4 
(42. lg) 
(98. 3o) 


140.4 


673.70.104 


A        Various  locations,  construct  underground 

wired  street  lighting  facilities  in  street 
areas  outside  underground  districts  (recur- 
ring budget  item) 


30.  Og 


30. Og 


30. Og 


30.  Og 


30.  Og 


30.  Og 


180.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 

CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION 


673.70.103        A       Various  locations,  provide  engineering  10. 0g 

assistance  to  PUC  for  street  lighting 
systems  in  existing  overhead  districts 
(recurring  budget  item) 

673.70.101  A       Various  locations,  reconstruct  and  modernize  1,180.0b 

deteriorated  underground-wired  street  light- 
ing facilities 

673.74.102  A       Various  locations,  park  roads  and  pathway  149.6b 

lighting 


D-81 


1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
(Costs  in  thousands  of  dollars)  TOTALS 

10. Og  10. Og  10. Og  10. Og  10. Og  60.0 


1,394.0b        1,122.8b  3,696.8 


103.2b  118.5b  371.3 


DEPARTMENT  OP  PUBLIC  WORKS  -  Trafficways 


Landscaping  and  Irrigation 
No.  of  Projects 
Costs  of  Projects 

(Road  Funds  and  Gas  Taxes) 


THE  DEPARTMENT  OF  CITY  PLANNING  SHOULD  BE  CONSULTED 
IN  ADVANCE  CONCERNING  THE  ALLOCATION  OF  FUNDS  AND 
THE  ASSIGNMENT  OF  RELATIVE  PRIORITIES  TO  THE  COMPO- 
NENT ACTIVITIES  PROPOSED  IN  EACH  MULTIPLE  STREETS IDE 
LANDSCAPING  PROJECT. 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

674.73.101       A        Hunters  Point  Redevelopment  Area,  street 

landscaping  ($104.8  previously  appropriated) 

674.72.101        B        Telegraph  Hill  Blvd.,  restore  embankment 

landscaping 

674.74.101       A        19th  Ave.  bet.  Lincoln  Way  and  Sloat  Blvd., 

streetside  landscaping 

674.71.103        B        Park  Presidio  Blvd.,  reconstruct  landscaping 

and  irrigation  system 

674.73.103        A        Drumm  St.,  bet.  Clay  and  Jackson  Sts., 

sidewalk  trees  and  median  landscaping 


94. 4e 


85. 5e  85. 5e  85. 5e 


30. Oe 


D-82 


1974-75          1975-76          1976-77          1977-78          1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 


6  1  -  -  -  -  7 

397.2  380.0  407.3  419.5  100.0  100.0  1,804.0 


15. 3g  15*3 
72.  Og 


72.0 


94.4 


85. 5e  342'° 


30.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 

CPC  1974-75 
P.I.N.  PRI.   PROJECT  DESCRIPTION 


674.71.104       A        Streetside  landscaping:  100. Oe 

10th  St.,  bet.  Market  St.  &  Potrero  Ave.; 
24th  St.  bet.  Mission  &  Diamond  Sts.; 
Fulton  St.  bet.  Divisadero  &  Stanyan  Sts., 
Van  Ness  Ave.  bet.  Pine  St.  &  Geary  St.; 
Mission  St.  bet.  County  line  &  Geneva  Ave.; 
19th  Ave.  bet.  Lincoln  Way  &  Quintara  St.; 
Otis,  Mission  St.  Triangle  11th  to  14th 
Sts.,    ($159.3  previously  appropriated) 


674.71.203  H 


Great  Highway  from  Lincoln  Way  to  Sloat  Blvd., 
reconstruct  landscaping  irrigation  system 


D-83 


1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 

100. 0e  100. Oe  100. Oe  100. Oe  100. Oe  600.0 


194. 5e  221. 8e  234. Oe 


650.3 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


1974-75 


Miscellaneous 

No.  of  Projects 
Costs  of  Projects 

Road  Funds  and  Gas  Taxes 

Other  Sources 


ANY  PROJECT  INVOLVING  THE  ACQUISITION  OF  LAND  FOR 
RIGHTS-OF-WAY,  STRUCTURES,  OR  FOR  OTHER  PUBLIC 
IMPROVEMENTS  IS  SUBJECT  TO  FURTHER  REVIEW  BY  THE 
CITY  PLANNING  COMMISSION. 

SCHEMATIC  DRAWINGS  AND  PRELIMINARY  PLANS  FOR  PROJECTS 
INVOLVING  THE  EXPANSION  OR  EXTENSION  OF  RIGHTS-OF-WAY , 
OR  INVOLVING  NEW  STRUCTURES,  BUILDINGS,  OR  MAJOR  ADDI- 
TIONS THERETO,  ARE  SUBJECT  TO  REVIEW  BY  THE  CITY  PLAN- 
NING COMMISSION - 


13 
1,487.8 
1,268.8 
219.0 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

Miscellaneous 

675.73.102  A       Third  St.  Bridge  at  Channel,  structural  114. le 

repairs  and  painting 

675.74.101       A       Various  bridge  structures,  rehabilitate  400. Oe 

for  earthquake  safety 

675.73.103  A        Earthquake  resistance  study  of  existing  44. Og 

bridge  structures  ($60.0  prev.  appropriated) 


1975-76  1976-77  1977-78  19, 

(Costs  in  thousands  of  dollars) 


D-84 

1979-80  SIX-YEAR 
  TOTALS 


1,246.0  1,195.0  1,300.0 

1,246.0  1,195.0  1,300.0 


14 

5,228.8 
5,009.8 
219.0 


114.1 


980. Oe        l,085.0e  l,190.0e 


3,655.0 


44.  Og 


88.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


D-85 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75           1975-76           1976-77           1977-78           1978-79           1979-80  SIX-YEAR 
  (Costs  in  thousands  of  dollars)  TOTALS 


675.74.102 


675.74.103 


675.71.101 


675.68.302 


675.68.502 


675.68.503 


675.68.504 


B 


B 


A 


A 


A 


A 


Miscellaneous  (Cont.) 

Municipal  Asphalt  Plant,  noise  abatement 
work 

DPW  Maintenance  Yard,  2323  Army  St.,  noise 
abatement  work 

Telegraph  Hill,  stabilize  east  slope,  to 
prevent  rockfalls  and  landslides  ($712.0 
previously  appropriated  for  study  under 
Project  675.69.104) 

Baker  St.,  bet.  Broadway  and  Vallejo  St., 
repair  slope  and  retaining  wall;  install 
handrailing  for  stairs 

Great  Highway  at  Taraval  St . ,  reconstruct 
pedestrian  underpass   (See  Project  672.72.103 
for  study  of  ways  and  means  to  provide  for 
pedestrian  safety) 

Great  Highway  at  Judah  St.,  reconstruct 
pedestrian  underpass  (See  Project  672.72. 
103  for  study  of  ways  and  means  to  provide 
for  pedestrian  safety) 

Great  Highway  at  Wawona  St.,  reconstruct 
pedestrian  underpass  (See  Project  672.72. 
103  for  study  of  ways  and  means  to  provxde 
for  pedestrian  safety) 

PROJECTS  675.68.502-504  ARE  APPROVED  ONLY 
IF  IN  CONFORMANCE  WITH  MASTER  PLAN  CON- 
CEPT FOR  GREAT  HIGHWAY  AS  ADOPTED  BY 
(Continued  next  page) 


92. 5g 


16. 2g 


110. Og 


37.  Og 


77.0 
(24. 0e) 
(53. Oo) 


85.0 
(25. Oe) 
(60. Oo) 


152.0 
(46. Oe) 
(106. Oo) 


110. Og 


110. Og 


110. Og 


92.5 


16.2 


440.0 


37.0 


77.0 


85.0 


152.0 


DEPARTMENT  OF  PUBLIC  WORKS  -  Trafficways 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80 


D-86 

SIX-YEAR 
TOTALS 


675.68.504 


675.68.505 


675.74.104 
675.70.401 

675.68.111 


Miscellaneous  (Cont.) 
(Cont.) 

RECREATION  AND  PARK  AND  CITY  PLANNING 
COMMISSIONS ,  AND  AS  ENDORSED  BY  POLICE, 
FIRE,  AND  SAFETY  COMMITTEE  OF  THE  BOARD 
OF  SUPERVISORS.     RECONSTRUCTION  PLANS 
FOR  THESE  PROJECTS  ARE  SUBJECT  TO  FURTHER 
REVIEW  RELATIVE  TO  MASTER  PLAN  PROVISIONS 
FOR  THE  GREAT  HIGHWAY  UNDER  THIS  CONDI- 
TIONAL APPROVAL. 

B       Waller  St.,  bet.  Broderick  St.  and  Buena 
Vista  East,  replace  wooden  bulkheads  and 
stairway  with  concrete  retaining  wall  and 
stairway 

B        Stockton  St.  Tunnel,  surface  renovation 

B  San  Jose  Ave.,  east  slope,  near  Richland 
Ave.,  construct  retaining  wall  for  slope 
stabilization  (R66.61) 

B        DPW  Maintenance  Yard,  2323  Army  St.,  con- 
struct retaining  wall  at  south  property 
line  for  storage  of  sand 


50.  Og 


50.0 


95.  Oe 
215. Oe 


112. Og 


95.0 
215.0 

112.0 


WAR  MEMORIAL  AND  MUSEUM  OP  ART 


1974-75 

No.  of  Projects  g 
Costs  of  Projects  15,662.0 
Ad  valorem  -  sales  tax  402.0 
Proposed  bonds  15,260.0 

CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

691.73.101  A       Opera  House,  rehabilitate  and/or  replace  75.5 

stage  rigging  and  cycloramas 

691.73.102  A        Opera  House,  rehabilitate  stage  lighting  64.1 

691.73.103  B        Opera  House -Veterans *  Building,  general  150.0 

rehabi 1 itat  ion 

691.73.104  A       Veterans'  Building,  first  floor,  enlarge  16.1 

women's  restroom 

692.6  7.101        A       Museum  of  Art,  replace  and  relocate  side-  96.3 

walk  elevator  and  rehabilitate  remaining 
sidewalk  elevators 

691.67.101       A        Opera  House-Veterans'  Building,  extensive  15, 260. On 

rehabilitation 


D-87 


1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
TOTALS 


75.5 


151.0 


64.1 
150.0 


150.0 


150.0 


150.0 


150.0 


128.2 


900.0 


16.1 


96.3 


15,260.0 


AIRPORTS  COMMISSION 


1974-75 

No.  of  Projects 

8 

Costs  of  Projects   (Revenue)  2  627  5 

CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

Reconstruction  and  Replacement 

726.70.102        A        Landing  field  pavement,  reconstruction  1,350. Or 

(recurring  budget  item) 

726.71.101        A        Utilities  relocation  and  replacement  100. Or 

(recurring  budget  item) 


Capital  Improvements 

727.70.102  A        Utilities  System,  enlarge  and  improve  125. Or 

system  (recurring  budget  item) 

727.70.103  A        Landing  field  facilities,  improvements  450. Or 

(recurring  budget  item) 

727.71.101  A        Terminal  and  airport  service  facilities,  250. Or 

improvements  (recurring  budget  item) 

727.69.104  A        Roads  and  parking  facilities,  minor  225. Or 

improvements  (recurring  budget  item) 

727.74.102  A        Interim  cargo  facilities,  improvements  34. 5r 

(recurring  budget  item) 


D-88 


1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 

(Costs  in  thousands  of  dollars)  TOTALS 


8 

750.0  750.0  650.0  650.0  650.0  6,077.5 


400. Or 
50.  Or 

150. Or 
50. Or 
50. Or 
30.  Or 
20.  Or 


400. Or 
50. Or 

150. Or 
50.  Or 
50. Or 
30.  Or 
20. Or 


400. Or 
50. Or 

50. Or 
50.  Or 
50.  Or 
30. Or 
20.  Or 


400. Or 
50. Or 

50. Or 
50. Or 
50. Or 
30. Or 
20. Or 


400. Or 
50. Or 

50.  Or 
50.  Or 
50. Or 
30. Or 
20. Or 


3,350.0 
350.0 

575.0 
700.0 
500.0 
375.0 
134.5 


AIRPORTS  COMMISSION 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

Capital  Improvements  (Cont.) 
727.74.103        A        Airfield  service  roads,  improvements 


D-89 

1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 


93.0 


MUNICIPAL  RAILWAY 


1974-75 


No.  of  Projects 
Costs  of  Projects 


Ad  valorem  -  sales  tax 


Other  sources 


30 
4,948.5 
1#213.3 
3,735.2 


P.I.N. 

736.68.119 

736.69.102 

736.74.101 
736.74.102 

736.74.103 

736.74.104 

736.74.105 
736.74.106 


CPC 
PRI. 


B 


A 
B 

B 

B 

C 
A 


PROJECT  DESCRIPTION 

Reconstruction  and  Replacement 

Services  of  Municipal  Railway 1 s  Engineer- 
ing Division 

Replacement  of  transit  operating  equipment, 
debt  service  (MTC  grant  funds) 

GMC  Motor  Coaches,  install  plastic  seats 

GMC  Motor  Coaches,  provide  hinged  rail 
for  operator's  seat 

Elkton  Shops,  re-roof  and  waterproof 
skylights 

Washington -Mason  Cable  Carbarn,  replace 
water  piping  system 

Various  locations,  exterior  painting 

Geneva  Car  House,  rehabilitate  fire  fight- 
ing equipment 


125.0 

3,735.2o 

343.0 
26.0 

11.0 

17.0 

26.0 
4.0 


D-90 


1975-76  1976-77  1977-78  19- 

(Costs  in  thousands  of  dollars) 


10 
5,330.1 
1,239.9 
4,090.2 


4,777.8  1,920.0  1,420.0 

725.0  705.0  205.0 

4,052.8  1,215.0  1,215.0 


1979-80  SIX-YEAR 
  TOTALS 


205.0 
205.0 


40 

18,601.4 
4,293.2 
14,308.2 


125.0 


125.0 


125.0 


125.0 


125.0 


750.0 


4,090.2o        4,052.8o        l,215.0o  l,215.0o 


14,308.2 


343.0 
26.0 

11.0 
17.0 


20.0 


20.0 


66.0 
4.0 


MUNICIPAL  RAILWAY 


D-91 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79  1979-80 
  (Costs  in  thousands  of  dollars) 


SIX -YEAR 
TOTALS 


736.74.107 


736.73.102  C 


736.73.111 


Reconstruction  and  Replacement  (Cont.) 

Washington -Mason  Cable  Carbarn,  rehabili- 
tate sprinkler  system 

Washington-Mason  Cable  Carbarn,  rehabili- 
tate storage  area 


736.69.111        C        Washington -Mason  Cable  Carbarn,  reconstruct 

elevator  room 

736.69.109        C        Various  buildings,  replace  floor  covering 


Elkton  Shop,  convert  rail  bender  to 
hydraulic  system 


736.74.201  B        GMC  Motor  Coaches,  modify  door  operating 

mechanism 

736.73.101        B        Washington-Mason  Cable  Carbarn,  replace 

tension  carriage 

736.73.103        B        Washington-Mason  Cable  Carbarn,  replace 

steel  cover  on  sidewalk 

736.74.202  B        Cable  Car  System,  modify  curve  pulleys 

and  appurtenances 

736.73.105        B        Cable  Car  System,  overhaul  underground 

cable  facilities 


736.73.104  C 


Replace  cable  car  machinery  and  reconstruct 
California  cable  grip  system 


12.7 


80.0 


76.4 


11.3 


7.9 


15.0 


115.5 


0.5 


500.0 


143.8 


49.0 


500.0 


500.0 


12.7 

80.0 

76.4 

11.3 
7.9 

15.0 

115.5 

0.5 

1,500.0 

143.8 

49.0 


MUNICIPAL  RAILWAY 


CPC  1974-75 
P.I.N.  PRI.   PROJECT  DESCRIPTION 


Capital  Improvements 

737.72.101  B        Services  of  Municipal  Railway's  Engineering  80.0 

Division 

737.68.102  B       Washington-Mason  Cable  Carbarn,  install  10.8 

sump  pit  for  oil  and  grease  removal  system 

737.72.302        B        Cable  trench  cleaning  machinery,  new  con-  24.0 

struction 

737.74.101  A        Outdoor  coach  yards,  provide  lighting  27.0 

737.74.102  C        Washington-Mason  Cable  Carbarn,  improve  6.0 

interior  lighting 

737.74.103  B        Kirkland  Building,  rehabilitation  and  33.0 

improvements 

737.74.104  B        Presidio  Building,  rehabilitation  and  35.0 

improvements 

737.74.105  C        Presidio  Building,  improve  interior  lighting  7.7 

737.74.106  B        Potrero  Carbarn,  rehabilitation  11 -° 

737.74.107  C       washing ton -Ma son  Cable  Carbarn,  remodel  7.0 

men ' s  room 


737.74.108  B        Presidio  Building,  remodel  portion  to  new 

offices 

737.74.109  C        Various  locations,  paving  and  drainage 

around  building  and  yards 


27.0 


128.0 


1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars)  


D-92 

1979-80  SIX-YEAR 
 TOTALS 


80.0 


80.0 


80.0 


80.0 


80.0 


480.0 


10.8 

24.0 

27.0 
6.0 

33.0 

35.0 

7.7 
11.0 
7.0 

27.0 


128.0 


MUNICIPAL  RAILWAY 


D-93 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
TOTALS 


737.71.104 


737.71.105 


737.72.301 

737.74.110 

737.68.101 

737.68.110 

737.71.107 
737.71.106 

737.73.102 


B 


B 
B 

H 


Capital  Improvements  (Cont.) 

Washington -Mason  Cable  Carbarn,  sprinkler 
system  extension 

Washington -Mason  Cable  Carbarn,  install 
fire  escape  from  offices 

THE  DESIGN  OF  PROJECT  737.71.105  BEING 
AN  EXTERIOR  MODIFICATION  OF  A  HISTORIC 
STRUCTURE  SHOULD  BE  COORDINATED  WITH 
THE  LANDMARKS  PRESERVATION  BOARD  AND 
THE  ART  COMMISSION. 

Potrero  Coach  Yard,  construct  restroom 
facility  in  paint  shop  area 

Washington -Mason  Cable  Carbarn,  construct 
second-story  addition 

Geary-Presidio  Carbarn,  construct  film 
storage  vault 

Various  locations,  landscaping  around 
buildings  and  structures 

Cable  cars,  install  bumpers 

Washington -Mason  Cable  Carbarn,  install 
cable  tension  measuring  instrumentation 

Rail  storage  facility,  land  acquisition 
(site  undetermined) 

THE  CITY  PLANNING  COMMISSION  WITHHOLDS  EVALUATION 
OF  PROJ.   737.73.102  PENDING  REVIEW  OF  OTHER  PUB- 
LICALLY -OWNED  PROPERTY  FOR  PROPOSED  FACILITY. 


12.7 


7.0 


11.0 


34.0 


10.0 


9.7 


17.0 

48.5 
12.7 

105.0 


12.7 


7.0 


11.0 

34.0 

10.0 

26.7 

48.5 
12.7 

105.0 


WATER  DEPARTMENT 


1974-75 


No.  of  Projects  25 
Costs  of  Projects  (Revenue)  5,599.0 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 

Reconstruction  and  Replacement 

746.68.101  A        Various  locations,  renew  water  services  1,750. Or 

(recurring  budget  item) 

746.68.102  A        Various  locations,  relocate  and  realign  300. Or 

water  mains  (recurring  budget  item) 

746.68.103  A        Various  locations,  relocate  and  realign  235. Or 

water  services  (recurring  budget  item) 

746.68.104  A        Various  locations,  replace  water  mains  700. Or 

(recurring  budget  item) 

746.68.105  A        Various  locations,  reconstruct  and  restore  26. Or 

fences  (recurring  budget  item) 

746.68.106  A        Various  locations,  grade  and  resurface  20. Or 

roads  (recurring  budget  item) 

746.68.108  A        Various  locations,  water  mains,  cement  500. Or 

mortar  lining  (recurring  budget  item) 

746.68.109  A        Various  locations,  reconstruct  drain  and  12. Or 

air  valves  (recurring  budget  item) 


746.68.110 


Various  locations,  misc.  repair  and  35. Or 

improvements  to  buildings  (recurring 
budget  item) 


D-94 


1975-76  1976-77  1977-78  1978-79  1979-80 


SIX-YEAR 


(Costs  in  thousands  of  dollars)   TOTALS 


8  ~  2  35 

7,458.0  6,402.0  5,302.0  5,002.0  7,402.0  37,165.0 


1,500. Or        1,500. Or        1,500. Or        1,500. Or        1,500. Or  9,250.0 


250. Or  250. Or  250. Or  250. Or  250. Or  1,550.0 


225. Or  225. Or  225. Or  225. Or  225. Or  1,360.0 


550. Or  550. Or  550. Or  550. Or  550. Or  3,450.0 


26. Or  26. Or  26. Or  26. Or  26. Or  156.0 


16.  Or 


16. Or  16. Or  16. Or  16. Or  100.0 


500. Or 


500. Or  500. Or  500. Or  500. Or  3,000.0 


10. Or  10. Or  10. Or  10. Or  10. Or  62.0 


35. Or  35. Or  35. Or  35. Or  35. Or  210.0 


WATER  DEPARTMENT 


P.I.N. 

746.68.203 

746.74.101 

746.74.102 
746.68.201 

746.68.202 


CPC 
PRI. 


A 


A 

A 
B 


B 


PROJECT  DESCRIPTION 
Reconstruction  and  Replacement  (Cont.) 

Bay  Division  Pipelines  1  and  2  (Dumbarton 
Straits) ,  exterior  rehabilitation 

San  Andreas  Fluoride  Station  No.  2, 
rehabilitate 

Forest  Knolls  tank,  rehabilitate 

Various  locations,  misc.  reconstruction 
and  replacement  (proposals  for  budget  year 
are  listed  individually) 

Various  City  distribution  reservoirs,  reha- 
bilitate to  meet  State  requirements 


1974-75 


66.  Or 


25.  Or 


10.  Or 


747.68.101 


747.68.102 


747.68.103 


747.68.104 


747.68.105 


Capital  Improvements 

A        Various  locations,  water  main  extensions 
(recurring  budget  item) 

A       Various  locations,  provide  new  service 

pipes  and  meters   (recurring  budget  item) 

A        Various  locations,  install  gate  valves 
(recurring  budget  item) 

A        Various  locations,  pipeline  electrolysis, 
install  protective  devices  (recurring 
budget  item) 

A        Various  locations,  survey  property  lines 
and  set  monuments   (recurring  budget  item) 


535. Or 


325. Or 


30.  Or 


60.  Or 


15.  Or 


D-95 


1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
  TOTALS 


66.  Or 


66.  Or 


66.  Or 


66.  Or 


66. Or  396.0 


25.0 


10.0 

100. Or  100. Or  100. Or  100. Or  100. Or  500.0 


550. Or  600. Or 


1,150.0 


420. Or  420. Or  420. Or  420. Or  420. Or  2,635.0 


415. Or  415. Or  415. Or  415. Or  415. Or  2,400.0 


49.  Or 


49.  Or 


49.  Or 


49.  Or 


49. Or  275.0 


60. Or 


15. Or 


15.  Oi- 


lS. Or 


15. Or  180.0 


25. Or 


25. Or 


25. Or 


25. Or 


25. Or  140.0 


WATER  DEPARTMENT 


CPC  1974-75 
P.I.N.  PRI.  PROJECT  DESCRIPTION   

Capital  Improvements  (Cont.) 

747.68.106  A        Various  locations,  construct  secondary  620. Or 

feeder  mains  (recurring  budget  item) 

747.68.107  A       Various  locations,  watershed  lands,  erosion  12. Or 

control  (recurring  budget  item) 

747.68.108  A        Various  locations,  install  drain  and  air  18. Or 

valves  (recurring  budget  item) 

747.68.109  A        Various  locations,  construct  fences  (recur-  25. Or 

ring  budget  item) 

747.68.110  A        Various  locations,  motorize  large  valves  35. Or 

(recurring  budget  item) 

747.73.102       A       Turner  Dam,  renovate  outlet  structure  25. Or 

747.74.101        A        Corporation  Yard,  improve  shop  facilities  80. Or 

747.72.201       A        San  Antonio  Reservoir,  construct  chlorina-  140. Or 

tion  plant 

747.68.401        B       Northeast  area  of  Sutro  System,  construct 

feeder  mains 

747.68.209        B        Various  locations,  install  misc.  minor 

capital  improvements  (proposals  for  budget 
year  are  listed  individually) 

747.74.201        B        Central  Pump  Station,  install  emergency 

pump 

747.74.203        B        Various  City  reservoirs,  modifications 

(formerly  745.67.501) 


D-96 

1975-76           1976-77           1977-78           1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)   TOTALS 


600. Or  600. Or  600. Or  600. Or  600. Or  3,620.0 

12. Or  12. Or  12. Or  12. Or  12. Or  72.0 

28. Or  28. Or  28. Or  28. Or  28. Or  158.0 

25. Or  25. Or  25. Or  25. Or  25. Or  150.0 

35. Or  35. Or  35. Or  35. Or  35. Or  210.0 

25.0 
80.0 
140.0 


900. Or  800. Or  300. Or 


225. Or 


250. Or 


2,000.0 


100. Or  100. Or  100. Or  100. Or  100. Or  500.0 


225.0 


250.0 


WATER  DEPARTMENT 


D-97 


P.I.N. 


747.74.202 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 
 (Costs  in  thousands  of  dollars) 


Capital  Improvements  (Cont.) 

B       Sunol  Valley  Filter  Plant,  construct 

connection  between  Alemeda  Creek  Siphon 
and  San  Antonio  Reservoir 


1979-80 


150. Or 


SIX-YEAR 
TOTALS 


150.0 


747.68.204  B 


747.68.202  D 


Alameda  East  Portal  of  Coast  Range  Tunnel, 

construct  chlorination  and  dechlorination 
plant 

Lincoln  Park  Tank,  new  construction 


336. Or 


336.0 


1,000. Or  1,000.0 


747.72.501 


PROJECT  747.68.202  IS  NOT  IN  CONFORMITY 
WITH  THE  MASTER  PLAN  AS  IT  PROPOSES  THE 
DIVERSION  OF  PARK  LAND  TO  A  NON -RECREATIONAL 
USE.     JOINT  STUDY  OF  THIS  PROJECT  BETWEEN 
THE  CITY  PLANNING  AND  WATER  DEPARTMENTS  IS 
RECOMMENDED . 

San  Antonio  Pumping  Station,  construct  new 
pipeline  to  Sunol  Treatment  Plant 


1,400. Or  1,400.0 


No.  of  Projects 
Costs  of  Projects 


Revenue 


Other  Sources 


Proposed  Bonds 


25 

11,882.8 
5,216.1 
6,666.7 


P.I.N. 

756.74.101 
756.74.102 
756.69.106 

756.72.103 
756.73.103 

756.71.107 

756.70.102 


CPC 
PRI, 


A 
A 

A 

A 
A 


PROJECT  DESCRIPTION 

Reconstruction  and  Replacement 

Relocate  City-owned  underground  facili- 
ties (recurring  budget  item) 

Paint  and  repair  Municipal  Railway's  trolley 
pole  facilities  (recurring  budget  item) 

Municipal  Railway  Transit  System,  power 
improvement  program,  replace  DC  distribution 
system  (federal  matching  funds) 

1401  Bryant  St.,  repair  roof  of  storage  shed 

Jones  Point  to  Mather  Road,  resurface  road 
($13,800  previously  appropriated) 

Various  locations,  rehabilitate  exterior 
of  buildings 

Moccasin-Newark  transmission  line,  paint 
towers  (recurring  budget  item) 


50. Or 


200. Or 


10,000.0 

(3,333.3r) 

(6,666.7o) 

4.7r 

30.  Or 


79. Or 


80. Or 


1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


10 
4,885.8 
2,219.1 
2,666.7 


8 

4,683.9 
2,017.3 
2,666.6 


7,950.0  48,680.0 
500.0  330.0 


1979-80 


45,430.0 
330.0 


7,450.0        48,350.0  45,100.0 
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SIX-YEAR 
TOTALS 

46 

123,512.5 
10,612.5 
12,000.0 

100,900.0 


50. Or 


50. Or 


50. Or 


50. Or 


50. Or  300.0 


200. Or  200. Or 


200. Or 


200. Or  200. Or  1,200.0 


4,000.0 
(l,333.3r) 
(2,666. 7o) 


4,000.0 
(l,333.4r) 
(2, 666.60) 


18,000.0 

4.7 
30.0 


27. 6r 


106.6 


80. Or 


80.  Or 


80. Or 


80. Or 


80. Or  480.0 


HETCH  HETCHY  SYSTEM 
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756.74.103 


756.74.104  A 


CPC                                                                                                     1974-75          1975-76          1976-77          1977-78          1978-79          1979-80  SIX-YEAR 
P.I.N.  PRI.  PROJECT  DESCRIPTION  (Costs  in  thousands  of  dollars)  TOTALS 

Reconstruction  and  Replacement  (Cont . ) 

O'Shaughnessy  Dam  Spillway,  sandblast  and  18. Or  18.0 

paint  drum  gates 

O'Shaughnessy  Dam,  sandblast  and  paint  11. Or  11.0 

slide  gates,  operating  cylinders  and  piping 

756.74.105  A        San  Joaquin  Pipeline  No.  2,  repair  lining  762. Or 

756.74.106  A        San  Joaquin  River  Valve  House,  mechanical  10. 5r 

repairs 

756.74.107  A        Holm  Penstock,  repainting  40. Or 

756.74.108  A       Tesla  Portal  Valve  House,  provide  air  7. Or 

release  valve  piping 

756.73.105        A        Priest  Housing  Unit,  replace  service  panel  4. Or 

and  wiring 

756.72.201       A        Moccasin  Administration  Building,  rehabili-  76. Or 

tate  central  heating  system 


756.73.106        A       Moccasin  Housing  Units,  replace  wiring 

756.73.108  A        Moccasin  Shop  Buildings,  replace  windows 

756.74.109  A        Intake  Cottages,  replace  service  panel  and 

wiring 

A        Moccasin  Machine,  Automotive  and  Welding 
Shops,  rehabilitate  heating  system 

A        Moccasin  Warehouse,  rehabilitate  heating 
system 


756.74.110 


756.74.111 


6.6r 
4.7r 
6.2r 

26.  Or 

3.5r 


762.0 
10.5 

40.0 
7.0 

4.0 

76.0 

6.6 
4.7 
6.2 

26.0 

3.5 


HETCH  HETCHY  SYSTEM 


D-100 


P.I.N, 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75          1975-76  1976-77  1977-78  1978-79 
  (Costs  in  thousands  of  dollars) 


1979-80 


SIX -YEAR 
TOTALS 


756.74.112  A 

756.71.403  B 

756.71.301  B 

756.71.407  B 

756.74.201  B 

756.74.202  B 

756.74.203  B 

756.71.402  B 

756.74.204  B 

756.74.205  B 

756.70.113  B 

756.71.408  B 


Reconstruction  and  Replacement  (Cont.) 

Moccasin  Shop  area,  various  buildings, 
replace  electrical  service  panels  and  wiring 

Moccasin  Village,  various  cottages,  replace 
plumbing  and  bathroom  fixtures 

Abandoned  Moccasin  Switchyard,  relocate 
electric  power  and  communications  facilities 

Moccasin  garages,  replace  doors 

Moccasin  Village,  replace  six-inch  water 
line 

Early  Intake,  reconstruct  portions  of  Cherry 
Diversion  structure 

Camp  Mather  to  O' Shaughnessy  Dam,  resurface 
access  road 

Moccasin  Village,  resurface  roads 

Intake  Switchyard,  Warnerville  Substation, 
and  Holm  and  Kirkwood  Powerhouses,  paint 
exterior  switchyard  equipment 

Hetch  Hetchy  Power  Telemetering  and  Super- 
visory Control  Systems,  replace  and  modernize 
various  components 

Moccasin  Village,  replace  street  lighting 

Moccasin  and  Intake  housing  units,  various 
cottages,  rehabilitate  heating  systems 


7.5r 


32. Or 

43. Or 

6.6r 
28. Or 

75.  Or 

60. Or 

59.  Or 
27. 6r 

72. Or 


31. Or 


9. Or 
23. Or 


7.5 

63.0 

43.0 

6.6 
28.0 

75.0 

60.0 

59.0 
27.6 

72.0 

9.0 
23.0 


Reconstruction  and  Replacement  (Cont.) 


756.72.401  B 

756.71.404  B 

756.71.401  B 

756.69.105  B 

756.71.406  B 


Moccasin  private  telephone  system,  replace 
telephones 

O'Shaughnessy  Dam,  replace  telephone  system 

Oakdale  Maintenance  Yard,  replace  distribu- 
tion system 

Cashman  Creek  Valve  House,  remove 

Moccasin  Warehouse  No.  2,  reconstruct  storage 
and  personnel  areas 


757.74.101  A 
757.74.102 

757.74.103  A 

757.71.302  A 

757.72.401  B 
757.67.601  C 

757.67.402  C 


Capital  Improvements 

Moccasin  Reregulating  Reservoir,  deepen 
reservoir 


A       Moccasin  Automotive  and  Welding  Shops, 
provide  exhaust  ducting  system 


Intake  Switchyard,  provide  drainage  and 
sump  pumping  system 

Moccasin  Shops,  enclose  garage  No.  6B 

Moccasin  Warehouse  No.  1,  extension 

Various  reservoirs,  install  remote  water 
level  recorders 

Extend  Moccasin  transmission  line  from 
Newark  Substation  to  San  Francisco  Inter- 
national Airport 


2.9r 

15. Or 
11. Or 

50. Or 
42.  Or 


2.9 

15.0 
11.0 

50.0 
42.0 


445.0 


3.0 


5.5 


125. Or 


170. Or  170. Or 


2.6 
125.0 
340.0 


7, 450. On 


7,450.0 


HETCH  HETCHY  SYSTEM 


D-102 


P.I.N. 


CPC 
PRI. 


PROJECT  DESCRIPTION 


1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  dollars) 


1979-80  SIX-YEAR 
TOTALS 


757.69.105 


Capital  Improvements  (Cont.) 

Moccasin  Creek,  construct  Coulterville  pump 
storage  power  plant 


48, 350. On 


48,350.0 


757.72.601        C        San  Joaquin  Pipeline  No.  4,  construction 


45, 100. On  45,100.0 


PORT  COMMISSION 


No.  of  Projects 
Costs  of  Projects 

Revenues 

Other  Sources 

Proposed  Bonds 

CPC 

P-I-N.  PRI.  PROJECT  DESCRIPTION 

Various  operating  piers,  substructure 
improvements  and  repairs  (recurring 
budget  item) 

Various  piers,  construct  sanitary  sewers 
and  connect  to  City  system  ($200,000 
previously  appropriated) 

Various  piers,  construct  ship  sewer 
connections 

Various  piers,  reconstruct  piers  damaged 
by  ships  and  other  causes  (recurring 
budget  item) 

Various  piers,  make  alterations  as  required 
by  tenants  (recurring  budget  item) 


775.72.101  A 

775.72.102  A 

775.72.301  A 

775.70.115  A 

775.70.114  A 


775.70.110 


A 


Various  piers,  enlarge  existing  doors  of 
warehouse  sheds  to  accommodate  larger  cargo 
handling  equipment  (recurring  budget  item) 
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1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  xn  thousands  of  dollars)    TOTALS 


23 


9  3  2  5  3  X 

51,045.0  2,440.0  3,466.0  2,851.0  2,644.0  2,955.0  65,401.0 

1,915.0  2,420.0  3,466.0  2,851.0  2,644.0  2,955.0  16,251.0 

30.0  20.0  ....  0 

49'100-°  -----  49,100.0 


1,230. Or 

100. Or 

50.  Or 
100. Or 

150. Or 
150. Or 


930. Or 

100. Or 

100. Or 
150. Or 

150. Or 
150. Or 


230. Or 

100. Or 

200. Or 
150. Or 

150. Or 
150. Or 


230. Or 

100. Or 
150. Or 

150. Or 
150. Or 


230. Or 

100. Or 
150. Or 

150. Or 
150. Or 


230. Or 

100. Or 
150. Or 

150. Or 
150. Or 


3,080.0 

300.0 

650.0 
850.0 

900.0 
900.0 


PORT  COMMISSION 


P.I.N. 
775.70.302 

775.73.101 


CPC 
PRI. 


775.73.102 


A 


775.70.304 


H 


PROJECT  DESCRIPTION 

Perry  Building,  remodel  Port  Commission 
offices 

Warm  Water  Cove  or  Fisherman's  Wharf,  pro- 
vide recreational  improvements  ($50,000 
federal  grant) 

PROJECT  775.73.101  SUBJECT  TO  FURTHER 
REVIEW  BY  DEPARTMENT  OF  CITY  PLANNING 
RELATIVE  TO  SPECIFIC  LOCATION  OF  PRO- 
POSED IMPROVEMENTS 

Port  Improvement  Bond 

Islais  Creek  area,  consolidated  ware- 
house and  distribution  center;  Islais 
Creek  area,  two-berth  container  terminal 
(Pier  94N) ;  India  Basin  area,  two-berth 
container  facility  (Pier  98) ;  Islais 
Creek  area,  LASH  lighter  facility;  China 
Basin  area,  LASH  lighter  facility 

CONSTRUCTION  OF  LASH  FACILITIES  SHOULD 
INCLUDE  PROVISIONS  FOR  PUBLIC  ACCESS  TO 
WATERFRONT  AREAS.     ADDITIONALLY,  CON- 
STRUCTION AT  ISLAIS  CREEK  SHOULD  BE 
COORDINATED  WITH  DEPARTMENT  OF  PUBLIC 
WORKS  RELATIVE  TO  WATER  POLLUTION  CONTROL 
PROGRAM . 

Ferry  Building,  beautify  portions  of  exterior 
and  make  interior  improvements 

CURRENT  DEVELOPMENTS  AND  PROPOSALS  CALL 
FOR  GREATER  PUBLIC  USE  OF  THE  AREA  AROUND 
(Continued  next  page) 


1974-75 


105. Or 


60.0 
(30. Or) 
(30. Oo) 


49, 100. On 


thousands  of  dollars) 


40.0 
(20. Or) 
(20. Oo) 
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1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 


TOTALS 


105.0 


100.0 


49,100.0 


470. Or 


640. Or 


1,110.0 


PORT  COMMISSION 


P.I.N. 
775.70.304 


CPC 
PRI. 


775.72.201 
775.70.403 
775.70.602 

775.70.113 
775.74.401 

775.69.120 

775.70.305 

775.70.603 


B 
B 
H 

H 
C 


PROJECT  DESCRIPTION 
(Continued) 

THE  FERRY  BUILDING  AND  BETTER  ACCESS  TO 
THE  WATER,   INCLUDING  THROUGH  THE  FERRY 
BUILDING.     CONSEQUENTLY,  FUNDS  FOR  THE 
DESIGNATED  CAPITAL  IMPROVEMENT  PROJECTS 
SHOULD  NOT  BE  APPROVED  UNTIL  THERE  IS 
AN  ACCEPTABLE  PLAN  FOR  THE  LONG-TERM 
USE  AND  DEVELOPMENT  OF  THE  FERRY  BUILDING 
AND  ENVIRONS. 

Piers  90-92,  improve  road  and  railroad  tracks 

The  Embarcadero,  various  portions,  reconstruction 

Ferry  Building,  install  complete  air  conditioning 
system 

Ferry  Building,  west  side,  improvements 

Provide  truck  crane  for  combination  vessel 
operations 

The  Embarcadero,  modernize  street  lighting  at 
specific  areas,  Phase  II 

Ferry  Building,  south  wing,  construct  new 
entrance  and  install  new  elevator 

Area  between  Piers  23  and  27,  construct  pedes- 
trian bridge  and  view  platform 


1974-75 


775.72.601        C        Auto  repair  and  distribution  center,  construction 


775.72.602 


C 


Alvord  Grant,  construct  railroad  and  truck  access 
to  area 


1975-76  1976-77  1977-78  1978-79 

(Costs  in  thousands  of  flnliarc^ 


D-105 


1979-80  SIX-YEAR 
  TOTALS 


50. Or  M).o 

300. Or           300. Or           300. Or  300. Or           300. Or  1,500.0 

1,446. Or  1,446.0 

100. Or  100.0 

630. Or  630.0 

114. Or  H4.0 

300. Or  300.0 

270. Or  270'° 

457. Or  457'° 
450. Or  450-° 


PORT  COMMISSION 


CPC 

P.I.N.  PRI.  PROJECT  DESCRIPTION 


775.70.501        C        Maintenance  Shop  Building,  new  construction 

775.73.603        C        Ferry  Building,  north  side,  reconstruct 

access  and  service  road 


775.74.601 


C 


Pier  35,  passenger  facility  improvements 
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1974-75  1975-76  1976-77  1977-78  1978-79  1979-80  SIX-YEAR 
 (Costs  in  thousands  of  dollars)  TOTALS 

775. Or  775.0 

339. Or  339.0 


1,875. Or  1,875.0 
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SPECIAL  AGENCIES 


COMMUNITY  COLLEGE  DISTRICT 


1974-75  1975-76  1976-77  1977-78  1978-79 

(Costs  m  thousands  of  dollars! 


1979-80 


D-108 

SIX-YEAR 
TOTALS 


Single  Project  (proposed  bond) 


CPC 

PtI'N-  PRI.  PROJECT  DESCRIPTION 

669.73.101        H       Community  College  District,  construction  50, 320. On 

and  modernization  bond  50,320.0 


City  College: 


Social  Science  Classrooms  and  Laboratory 

Building  (Cloud  Hall  East) ,  construction 
Engineering  Building,  construction 
Science  Building,  remodeling 
Library  Building,  construction 
Cloud  Hall,  remodeling 
Gymnasium,  addition 


Airport  school,  construction 


Downtown  Continuing  Education  Center,  construction 


Community  Education  Centers : 


Mission,  Midtown  and  North  Beach,  construction 
John  Adams,  remodeling  and  addition 

NO  BOND  PROPOSAL  OR  LARGE  SCALE  CAPITAL 
OUTLAY  SHOULD  BE  UNDERTAKEN  UNTIL  A 
DEVELOPMENT  PLAN  FOR  THESE  FACILITIES 
IS  PREPARED  AND  SUBMITTED  TO  INTERESTED 
CITY  BOARDS,  COMMISSIONS  AND  OFFICERS 
FOR  THEIR  CONSIDERATION. 


PARKING  AUTHORITY 


The  Parking  Authority  is  responsible  for  establishing 
publicly  supported  off-street  parking  facilities  and  advising 
the  Board  of  Supervisors  as  to  the  selection  of  sites  and  design 
of  projects. 

Presently  there  are  35  off-street  parking  facilities, 
with  a  total  of  12,478  spaces.     Included  in  these  figures  are 
21  neighborhood  areas  with  761  parking  stalls.  Generally, 
financing  for  new  parking  facilities  is  from  either  meter  reve- 
nues or  nonprofit  corporation  bonds. 

The  Authority's  planning  for  additional  projects  includes 
the  following: 

1.  Air  rights  project  over  Mission-Bartlett 
Parking  Plaza. 

The  Housing  Authority  is  proposing  to  con- 
struct apartment  units  for  senior  citizens 
over  the  existing  parking  lot.     However,  on 
an  interim  basis,  the  Parking  Authority  is 
in  the  process  of  converting  the  parking 
lot  into  a  metered,  neighborhood  parking 
facility  with  225  stalls. 

2.  Sutter-Stockton  Garage  addition. 

The  Uptown  Parking  Corporation  has  offered 
to  finance  the  transfer  of  City  land  from 
the  Department  of  Social  Services  to  the 
Real  Estate  Department,  and  construct  there- 
on at  its  own  expense  an  addition  to  the 
existing  Sutter-Stockton  Garage. 

3.  Yerba  Buena  Center  garage. 

The  Yerba  Buena  redevelopment  project  con- 
templates a  garage  facility  with  approxi- 
mately 2,000  parking  spaces  to  complement 


D-109 


the  Yerba  Buena  Center  redevelopment  plan. 

4.  Performing  Arts  Center  garage. 

As  part  of  the  proposed  Performing  Arts  Center, 
a  garage  facility  with  approximately  1,000 
parking  spaces  is  contemplated. 

5.  Projects  under  study  requiring  new  site  recom- 
mendations because  of  interim  changes  in  original 
use: 

a.  Haight-Ashbury  District 

b.  Outer  Irving  District   (23rd  Avenue) 

c.  Mission  District 

d.  Downtown  District 

e.  Clement  Street  Shopping  District 

f.  Outer  Mission-Excelsior  District 

Alternative  sites  proposed  with  the  above  project 
are  subject  to  further  review  by  the  City  Planning 
Commission. 


HOUSING  AUTHORITY 


The  Housing  Authority  is  responsible  for  the  construction, 
rental  and  maintenance  of  6,803  public  housing  units  in  San  Fran- 
cisco which  are  funded  from  federal  loans. 

In  addition,  the  Authority  leases  housing  units  from  the 
private  market.    As  of  November,  1973,  1,155  units  were  under 
lease.    Of  this  number,  765  were  for  elderly  persons  and  390  were 
for  families. 

Activities  of  the  Authority's  building  program  are  classi- 
fied under  two  phases: 

1 .  Projects  under  Construction 

Construction  of  these  projects  has  been 
started  or  is  about  to  start. 


2 .  Projects  in  Planning  Phase 

These  projects  have  received  tentative 
federal  approval  and  are  being  processed 
through  the  preliminary  and  working  draw 
ing  phases. 
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Summary  of  the  Building  Program  in  Units  of  Occupancy 

Number  of  Units 


Projects  under  Construction 


Projects  in  Planning  Phase 


TOTAL  UNITS 


Elderly  Family 
Occupancy  Occupancy 


97 


97 


90 


90 


1 .  Projects  under  Construction 

1750  McAllister  St.    (CAL  1-19, 
Conventional) 

TOTAL  UNITS 


97 


97 


2.  Projects  in  Planning  Phase 

Scattered  sites  (CAL  1-26, 
Turnkey) 


TOTAL  UNITS 


')0 


90 


I 

V 


